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DEPARTMENT OF AGRICULTURE 
RURAL SLECTRIFIC:TION ADMINISTRATION 


CONSTRUCTION REPORT NO’ 65 


This bulletin iii decors Galeton contracts approved bd 
February 10, 1941 and March. 22, 1941; 


ARKANSAS 21 LINCOLN: The C. & L. Rural Electric Cooperative Corporation, 

Steuer City, Arkensas (Lynn Thomasson, Supt., end ‘Ray -W. Ohanaberry, .1000 Realty 
Bldg., Louiagville, Ky.,. Engineer ) mad awarded a contrect to Delta Construction 
Co., Clarksdale, whiss,, for building’ 103 miles of line ue serve 156 members. 


‘The successful bid was $53,353.26, 


ARKANSAS 24 WASHINGTON: The Ozarks Rural Electric Cooperative Corporation, 
Feyetteville, Arkansas {E. H. Looney, Supt., end Ray W. Chanaberry, Inc., 
1000 Realty Building, Louisville, Kentucky, Engineer) has: awarded a contract 
to Killoren Electric Company, Appleton, Wisconsin, for building 257 miles of 
line to serve 592 members. The successful bid was $170,773.20. 


FLORIDA 26 HARDER: The Peace River Velley Hlectric ieabedenae Gonpervetion: Tita: 
Wauchula, Floride (Charles . Crow, Supt. and E. P. McLean Engineering @®ompany, 
222 Commercial Building, Moultrie, Ga., Engineer) has awarded a- contract to 
Edward S, Moore & Sons, 710 Times Building, St. Petersburg, Florida, for build- 
ing 135 miles of line to serve 258 members. The successful bid. was $75,457.55. 


FLORIDA 28 MADISON: The Tri-County Electric Cooperative, Inc., Range Street, 
Madison, Florida (Thomas C. Morrison, Supt. and HE. P. McLean Engineering Co., 


/ 222 Commercial Building, Moultrie, Ga., Engineer) has awarded a contract to 


Miller-Baxter Company, Inc., 445 North Pennsylvanis Street, Indianapolis, Ind., 
foribudlaine: b78.7 miles of line to serve 258 members. The successful bid was 
$11.35469477 6 


FLORIDA 29 GADSDEN: The Telquin Electric Cooperative, Inc., Quincy, Florida 
(C. H. Bentley, Supt., and E. P. McLean Engineering Co., 222 Commercial Bldg., 
Moultrie, Ga., Engineer) has awarded a ccntract to Miller-Baxter Company, Inc., 
445 North Pennsylvania Street, Indianapolis, Ind., for building 287.1 miles 

of line to serve 581 members. The successful bid was $160,415.71. 


GEORGIA 84 COBB: The Cobb County Rural Electric Membership Corporation, 
Marietta, Ga. (Carl E. Hamby, Supt. and J.-B.-McCrary’ Engineering Corp., 
1408-22 Marietta Street Building, Atlanta, Georgie, Engineer) has awarded a 
contract to Roy Richards, Carrolltcn, Ga., for building 94.9 miles of line 
tc serve 276 members. The successful bid wes $57,027.64. 


GEORGIA 98 RANDOLPH: The Pataule Electric Membership Corporation, Cuthbert, Ga. 
(We H. McCauley, Supt. end J. Be. McCrary Engineering Corp., 1408-22 Marietta 
Street Building, Atlante, Georgia, (Engineer) has awarded a contract to W. L. 
Coston Sons, Bessemer, Alabama, for building 260.9 miles of line tc serve 619 
members. The successful bid was °$147,299.70. 


ILLINOIS 33 HANCOCK: The Western Illinois Electrical Cooperative, Carthage, Ill. 
(Leslie C. Marvel, Supt. and Stankey Engineering Co., Muscatine, Icwa, Engineer) 
has awarded a contract tc Stotts Electric Co., Inc., Altamont, Ill., for build- 
ing 125.8 miles of line to serve 212 members. The successful bid was $96,985.08. 
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INDIANA 70 WHITE: The White County Rural Hlectric Membership Corporation, 
Monticello, Indiana (E.R. Ulerich, Supt., and R. C. Lennox and J. C. Matthews, 
833 Architects’ & Builders’ Building, Indienapolis, Ind., Engineer) hgs awarded 
a contrect to Contracting & Meterial Co., 12235 Dedge Avenue, Evenston, Illinois, 
fcr building 137 miles of line to serve 350 members. The successful bid was 
$80, 9925 7h. 


INDIANA 87 STARKE:. ‘The Kenkakee Valley: REMC, Wanatah, Indiane {Thomas P. Meehan, 
Supt. and Bevingtch-Williems, Inc., 730-739 Pythian Bldg., Indianapolis, Indians, 
Engineer) has swarded a ccntract to Contracting and Materiel Co.,: 1235 Dodge 
Avenue, EHvenstcn, Illinois, for building 107 miles: of line ta serve 254 members. 
The successful bid was $74,839.73. 


IOWA 34 JONES: The Maquoketa Velley. Rural Electrie Ocopsrative, Anamosa, Iowa 
Edger D. Beach, Supt. and K. R. Brown, 902 Velley Bank Building, Des Moines, 
Iowa, Engineer) has ‘awarded « contract to Evans.Construction Company, Early, 
Iowa, for building. 354.44 miles of line to serve 656 members. The successful 
bid was eae 116.78. 


TOA o£ HOWARD: The Howard County Electric Cooperative, Cresco, Iowa (E. Ga 
Skarshoug, Supt., and K. R. Brown, Valley Bank Building, Des Moines, Iowa, 
Engineer) hss.awarded a contract £ Hosk Construction Company, P. OQ. Box 37, 
West Des Moines, Iowa, for. building 141.30 miles of line to serve 226 members’. 
The successful bid was $82,168.11. | 


IOWA $3 LINN: The Linn County Rursl Electric Cooperative hasoole ee Marion, . 
Iowe (Robert D. Palmer, Supt. and K. R. Brown, Valley Benk Building, Des Moines, 
Iowe, Engineer) hes awarded a contract to Sandberg and Johnston Construction 
Compeny, Hampton, Iowa, for building 253.9 miles of line to serve 518 members. 
The successful bid was $159,465.. “peti 


IOWA 75 MONTGOMERY: The Nyman Electric Cooperative, Inc., Stanton, Iowa 
(Henningson Engineering Company, Inc., 730 Service Life Building, Omaha, Nebraska, 
Engineer) has awerded.a-:eontract to: Snyder. & patie Inc.’, Humboldt, Iowa, 

for building 146: milas of Line to, serve 278 members The successful bid ws 

“96, LeeLee ‘ hea | 


KANSAS Sh CRAWFORD: . The Sekan Eleotrie CooperativerAssocintion, Ince, Girard, 
Kanses,(Olin Leésure, Supt. snd J, Ce.Geiger, Cozy Theatre Building, Girard, 
Kanses, Engineer) hes awarded e. contract. to Electric Construction Company, Little 
Rock, Arke, for building 110 miles of line to serve isd20 members. The successful © 


bid was $77,853.69, 


KENTUCKY 20 MeCRACKEN: The Jackson=-Purchase Rural: Electric Cooperative Corpora- 
tion; Paducah, Kentucky. {C. D. Harris, Supt. and Rey We Chanaberry, Ine.,. 1000 
Reelty Bniiaind: Louisville, Kentucky, Engineer) has awarded e contract to The 
Griffin Electric Company, Inc., 225 St. Ann Street,, Owensboro, Kentucky, for 
building 94 miles of line to serve 228 members. The successful bid was $52,262.83. 


KENTUCKY 34 BARREN: The Farmers’ Rural Electric Cooperative Corporation, InCe, 

Glasgow, Kentucky (Henry E. Gardner, Supt. and Ray W. Chanaberry, 1000 Realty 
Building, Louisville, Kentucky, Engineer): has awarded s contract to Oman Con- 

_ struction Compeny, Box 146, Neshville, Tennessee, for building 121 miles of line 
to serve 249 members. The successful bid was $67,598.43. 


Pa 5 eee 
KENTUCKY 55 HENDERSON-UNION: The Henderson-Union Rural Electric Cacsteeneer 
. Corporation, Henderson, Kentucky (John R. Hardin, Supt.’ and Ray W. Chanaberry, 
Inc. 1000. Realty Building, Louisville, Kentutky, Engineer) has awarded a contract 
to The Griffin Electric Company, Inc., 225 St. Ann Street, Owensboro, Kentucky, 
for building 129 miles of line to serve 317 members. The successful’ bid‘ was 
$67,961.42, 


LOUISIANA 10 WASHINGTON: The Washington-St» Tammany Electric Cooperative, Te. 
Franklinton, Louisiana (S. J. McMahon, Supt. and H. B. Gieb, 1110 Texas Bank 
Building, Dallas, Texas, Engineer) has awarded a contract to ‘Stuart ¢. Irby. 
Company, Jackson, Mississippi, for building 130 miles of line to serve a5 
members, The Buse carat bid was $76,543.95. 


LOUISIANA 11 BOSSIER: The Bossier Rural Electric Membership Corporation, Bossier, 
Louisiana (Hugh J. Smith, Supt. and Ray W. Chanaberry, Inc., 1000 Realty Building, 
Loutevilte; ‘Kenticky, Engineer) has awarded a contract to W. H. Smith, 215 
Heyburn Buibding, Louisville, Kentucky, for Reto seee gut miles of line ie serve 
280 members, The successful bid was $78, 654.92. 


MARYLAND 4 ST. MARYS: The Southern Maryland Tri-County Cooperative: Association,. 
Ince, La Plata, Maryland (Forrest Coekley, Maneger ana Gibbs & Hill, Inc. 

490 Pennsylvania Station, New York City, Engineer) has awarded a @ontract to 

C. M. Davis & Sons, 2lst & McCleaster Streets, Harrisburg, Pennsylvania, for 
building 62.5 miles of line to serve 142 members. -The successful bid was 
$54,927.62. 


MINNESOTA 20 McLEOD : -The McLeod Cooperative Power Association, Glencoe, Minn. 
R. A. Fischer, Manager, and Glenn Buck, Glencoe, Minnesota, Engineer)’ has” me 
awarded a contract to the Acme-Wunderlich Construction Company, 317 North Smith 
Avenue, St. Paul, Minnesota, for building 140.72 miles of line to serve 330 ; 
members. The successful bid was $83,164.43, 


MINNESOTA 837 JACKSON: The Heaennied Rural Electric Aeucebetaeee ‘Jackson, Minn. 
(CC. L. Ferguson, Manager, and United Engineering Service, 1406 West Lake Street, 
Minneapolis, Minnesota, Engineer) has awarded a contract to Emil Aveldson and 
Conrad Aveldson, doing business as Aveldson Construction Company, Litchfield, 
Minnesota, for building 159.68 miles of Line to serve 285 ee The success-— 
ful bid was $90,056.27. ae a aan 


MINNESOTA 74 NORMAN: The Red River Velley Cooperative Power Association, 
Halstad, Minnesota (Carl Snustad, President, and C. J. Hastad, Halstad, Minn. 
Engineer) has awarded a contract to Zontelli Bros., Ironton, Minnesota, for 
building 139.2 miles of line to serve 203 members. The successful bid was 


$82,870.26. 


MINNESOTA 83 HYBBARBt The Itasca Mantrep Cooperative Electric Association, Park 
Rapids, Minnesota (Donald C. Servis, Acting Supt. and General Engineering Cor= 
poration, 2944 Ceder Avenue, Minneapolis, Minnesota, Engineer) has awerded 4 
contract to E. We Wylie, Inc., 2239 Ford Road, St. Paul, Minnesota, for building 
272 miles of line to serve 555 members. The successful bid wes PLUS, oie OCs tate. 


MINNESOTA 84 TRAVERSE: The Traverse Electrie Coopera tive, Tne. Wheaton, Minn. 


(H. McDonald, Wheaton, Minnesota, Engineer) has awarded a contract to Carl 
Swedburg, Whence. trnecote. for building 234,50 miles of line to serve 455 


members. ‘The myaeeacrul bid was $125,001.60. 
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MISSISSIPPI 20 YAZ00: The Yazoo Valley Electric Power Association, Yazoo City, 
Mississippi (Cc. N. B Blakemore, Supt. and Bownan & Bowman, Greenwood, Mississippi, 
Engineér) has awarded a contract to Delta Construction Company, Clarksdale, 
pect Sg sh for building oe miles of Line to serve 78. members. The successful . 
bid was $29,248, Lee i 


MISSOURI 12 PEMISCOT: The Pemiseovebunilin Electric Gooperative Association, 
Hayti, Missouri (Glenn Baker, Supt. and Ray W. Chanaberry, Inc., 1000 Realty 
Building, - Louisville, Kentacky, Engineer) has ewarded a eontract to Walco 
Engineering and Construction Company, 2408 Hast. 4th Place, Tulsa, Oklahoma, for 
building 145 miles of tine to serve 483 members. The successful bid was 

$84 ,780.596 i 


MISSOURI 34 MACON: The Macon Electric Cooperative, Macon,’ Missouri (W. E. Adams, 
Supt. and Michael Drazen and Associates, 4903 Delmar Boulevard, St. Louis, Mo., 
Engineer) has awarded a contract to Inland Construction Company, 3967 Leavenworth 
Street, Omaha , One ay for building 130 miles of line to serve 253 members. 

The successful bid was B77 5746996 5 i 


MISSOURI 35 ADAIR: The Tri-County Electric Cooperative Association, Lancaster, 
Missouri (Jeseph H. Castecl st Oars and Stanley Engineering Company, Muscatine, 
Iowa, Engineer) has awarded s ¢ontract to,Sandberg & Johnston Construction 
Company, Hampton, Iowe, for building 192. 8 Miles of line to serve 335, members» 
The successful bid was $122,848.41. 


MISSOURI 55 CEDAR: The Sac-Osage Zlectrie Cooperative, Inc., Stockton, Missouri, 
CHS REEE eR Supt.e and Frank Horton & Company, Lamar, Missouri, Engineer) has 
awarded @ contract to Inland Construction Compsny, 3867 Leavenworth Street, 
Omeha, Nebraska, for building 146.75 miles of line to serve 260 wie The. 
successful bid was $89, S244 BO 


MONTANA 15 FERGUS: The Fergus Electric Cooperative, Inc., Lewistown, Montana 
(Bruce Shavers, Supt. and J. M. Garrison, State Water Conservation Board, 
Helena, Montana, Engineer) has awarded. s.contract to. Cahill-Mooney Construction 
Company, Butte, Montana , Lon building 179 mile Ss of line to serve poe members 
The successful ‘pid was $129, hie re 


NEBRASKA 4 POLK DISTRICT PUBLIC: The Polk County Rurel Public Power “piaietat , 
Stromsburg, Nebraska (Gustef E. Ekstrand, Supt. and H. H. Henningson, 730 ~~ 
Service Life Building, Omaha, Nebraska, Rasimesel has awarded a contract te . 
I. Ba Wright & Sons, Hebron, Nebraske, for building 43.612 miles of line to 
serve 64 members, The successful bid was $29,464.42. a, 7 


NEBRASKA 51 BURT DISTRICT PUBLIC: The Burt County Rural Public Power District, 
Tekamah, Nebraska (HE. D. Beck, Supt., and H. H. Henningson, 730 Service Life: 
Building, Omaha, Nebraska, Engineer) has awarded a contract to Inland Construc- 
tion. Company, 3867 Leavenworth Street, Omaha, Nebraska, for building 735 miles 
of line.to serve 105’members. The- successful bid was’ 942, LSS Rohe fies 5 


NEW VEXICO 8 ROOSEVELT; The Benseret donaoa Electric Gstnerntinee TUG, coger 


Portales, New Mexico (Gayle P. Easley, Superintendent and Ee. T. Archer and’ 
Company, 609 New England Building, Kansas City, Missouri, Enginees )} has awarded 


a contract to Stovall Construction Company, Box 5098, Oklahoma City, Oklahoma, 
raced renee 1Zl. 53: miles of line to serve 260 member se The successful bid was: 


~~ 5 =» 


NORTH CAROLINA 21 SAMPSON: The Four-County Eleetric Membership Corporation, 
Burgaw, North Carolina (Se S. Shubrick, Supt. and L..E,.Wooten, 102 West 
Hargett Street, Raleigh, North Carolina, Engineer) has awarded a contract to 
Day & Zimmerman, 620 Packard Building, Philadelphia, Pennsylvania, for building 
212.9 miles of line to serve 536-members. The successful bid was $119,818.29. 


NORTH CAROLINA 36:RANDOLPH: ‘The Randolph Electric Membership Corporation, 
Asheboro, North Carolina (C. E. Viverette, Supt. and B. 0. Vannort, L207 
Commercial Bank Building, Charlotte, North Carolina, Engineer) has swarded a 
contract to Bryant Electric Company, Ince, 121 S. Hamilton Street, High Point, 
North Carolina, for building 259.7 miles of line to serve 660 members. The 
successful bid was $179,744.50. : 
OHIO 31 HOLMES: The Holmes Rural Electrie Cooperative, Inc., Millersburg, Ohio 
(George Hefferline, Supt. and Gibbs & Hill, Inc., Pennsylvania Station, New 
York City, Engineer) has awarded a contract to Miami Construction Company, S15 
Callahan Building, Dayton, Ohio, for building 39.90 miles of line to serve lll 
members, The suecessful bid was $27,708.88..." | ee ee a 


OHIO 32BELMONT: The Belmont Electrie Cooperative, Inc., St. Clairsville, Ohio 
(Harry McAllister, Supt. and Putnam & Woolpert, 152 North Main Street, Dayton, 
Ohio, Engineer) has awarded a contract to We Re Cutnaw Company, 8 East Long 
Street, Columbus, Ohio, for building 138.5 miles of line to serve 370 members. 
The successful. bid was $101,729.72. 


OHIO 41 LICKING: The Licking Rural Electrification, Inc., Utica, Ohio (Charles 
De Dunlap, Supt. and Putnam & Weolpert, 1ée NE.Main Street, Dayton, Ohio, 
Engineer) has awarded a contract to L. D. Hetrick, 109 Harris Avenue, Columbus, 
Ohio, for building 195.2 miles ef line to serve 530 members. The successful 
bid was $122,984.54. , evar: ay 


OKLAHOMA 25 ROGERS: The Verdigris Valley Electric Cooperative, Inc., Collinsville, 

Oklahoma (Rs H. Bishop, Manager and Midwestern Engineering & Construction 00s, 

307 Drew Building, Tulsa, Oklahoma, Engineer) has awarded a contract to the 

Reinhart & Donovan Company, 804 Commerce Exchange Building, Oklahoma City, 

’ Oklahoma, for ‘building 121.52 miles of Line to serve 213 members. The successful 
bid was $87,343.92. pe Bue eae 7 jus ame 


OREGON 22 CLACKAMAS: ‘The Northeast Clackama’s County Electric Cooperative, Inc., 
Sandy, Oregon (We Odliey, Coordinator, end. “John We Cunningham & Associates, 

414 Spalding Building, Portland, Oregon, Engineer) has awarded a contract to 
Wayman & Huenergard, 404 Couch Building, Portlend, Oregon, for building 62.2 
miles of line to serve 170 members. The successful bid was $48,840.15. s 


PENNSYLVANIA 20 BLAIR: The Valley Rural Electric Cooperative, Inc., Martinsburg, 
Pennsylvania (John Denton, Manager and-Gibbs & Hill, Inc., Pennsylvania Station, 
New York City, Engineer) has awarded a contract to Monroe Electric Company, 228 
N. LaSalle Street, Chicago, Illinois, for building 150 miles of line to serve 
353 members. The successful bid was $113,444.38, haa aie a wala ; 


SOUTH CAROLINA 31 HORRY: The Horry Electric Cooperative, Inc., Conway , South 
Garolina (Lloyd P. Williams, Supt. and J. B. McCrary Engineering Corp., 22 
Marietta Stree# Building, Atlanta, Georgia, Engineer) has awarded a contract to 
Day & Zimmerman, 620 Packard Building, Philladelphia, Pennsylvania, to build 
295.7 miles of line to serve 830 members, The successful bid was $177,147.60. 
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SOUTH DAKOTA 3 CLAY: The CGlay-Union Electric Corporation, Vermillion, South 
Dakota (Ross Fowler, ‘Supt. and Buell and Winter Engineering Company, 510 at 
Insurance Exchange Building, Sioux City, Iowa, Engineer) has awarded a contract 
to G. A.» Ferguson, Crandon, Wisconsin, for building 180 miles of line to. serve 

“320 members. The suecessful bid was $105,830.45. 


SOUTH DAKOTA 15 BUTTE: The Butte Electric Association, oe Newell, South Dakota 
(Donald Soma, Coordinator and Walter Walkling, 1110 St. Cloud Street, Rapid City, 
South Dakota, Engineer) has awarded a contract to: Langford Hlectric Company, ENC. 
706-712 Metropolitan Life Building, Minneapolis, Minnesota, for building 195.2 
miles of line to serve 377 members. The successful bid was $122,741. Ol. 


‘TENNESSEE 45 LAFOLLETTE PUBLIC: The City of LaFellette, Tennessee (7. B. McCrary 
‘Engineering Corporation,1408-22 Marietta Street Building, Atlanta, Georgia, Engi- 
neer) has awarded’a contract to Roy Richerds, Carrollton, Georgia, for building 
144,2 miles of line to serve 599 members. ~The successful bid was $99,822.87. 


+ ' 
TEXAS 49 DENTON: The Denton: County.zlectric Cooperative, Inc., Denton, Texas 
(T. Re Qualls, Supt. and Joe.E. Ward, 545 Harvey-Snider Building, Wichita Falls, 
Texas, Engineer) has awarded'a contract to Stoveli Construction Company, Box 
5098, Oklahoma City, Oklahoma, for building 126.83 miles of line to serve 286 
memueeo The successful bid was $68,746.25. 


TEXAS 60 LYNN: The Lyntegar Electric Cooperative, Inc., Tahoka, Texas (Garlend 

L, Pennington, Meneger, end Price and Hawk, Lubbock, Texas, Engineer ) has awarded 

a contract to The Reinhard & Donoven Company, 804 Commerce Exchange, Oklahoma 

City, Oklahoma, for building 17.35 miles of line to serve 75 members. The success= 
ful bid was $30,142. | : 

TEXAS 69 ERATH: The Erath County Electric Cooperative Association, Stephenville, 
Texes (G. A. Tunnell, Supt. and Freese and Nichols, 407 Capps Building, Fort 
Worth, Texss, Engineer) has awarded a contract to Ainsworth Construction Compeny, 
Dallas, Texas, for construction of 294.7 miles of line to serve 554 memberse 

The successful bid was $147,200.66. WRAL 


TEXAS 83 FISHER: The Midwest Electric Cooperative, Inc., Rotan, Texas (Troy Ae 
_ Peeples, Supt. snd Midwestern Engineering and Construction’ Company, 507 Drew 
Building, Tulsa, Oklahoma, Engineer) has awarded a contract to Walco Engineering 
and Construction Company, for building 220.5 miles of line to serve 410 members. 
The successful bid was $108,886.37. 


TEXAS 91 SAN: PATRICIO: The San Patricio Electric Coope srEtives «lnts ~7olNton es 
Texas (Ge Re Ramsower, Supt. and Veavers and Lodal, 1411 Smith Young Tower, 

San Antonio, Texas, Engineer) has swarded a contra ot to Ths Reinherd end Donovan 

Company, 804 Commerce re gr Building, Oklahoma City, Oklahoma, for building 
220 miles. of. line to serve 356 members. The successful bid was $106,735.29. 


WIRGINIA 31 MECKLENBURG: The Mecklenburg Electric Cooperative, Chase City, 
Virginia (J. E. Smith, Supt. end Hammond & Long, 3419 North Main Street, Columbia, 
South Carolina, eines) hes awarded s contract to Rockingham Construction 
Company, Inc., Harrisonburg, Virginis, for building 115 miles of line to serve 
252 members, The successful bid was $80,250.55. 


ey 
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WASHINGTON 25 COWLITZ DISTRICT PUBLIC: Public Utility District No. 1 of Cowlitz 
County, Longview, Washington (John B. Roche, Supt. end W. S. McCrea, Jr., 244 
Perking Building, Tacoma, Washington, Engineer) has awarded a contract to Yakima 
Electric, 213 North First Street, Yekime, Washington, for building 58 miles of 
line to serve 183 members. The successful bid was $49,258.22. 


WISCONSIN 29 CLARK: The Clark Electric Cooperative, Greenwood, Wisconsin (W. A. 
Dallman, Supt. and Wisconsin Development Authority, Tenney Building, Medison, 
Wisconsin, Engineer) has awarded a contract to HE. W. Wylie, Inc., 2239 Ford Road, 
St. Paul, Minnesota, for building 21.05 miles of line to serve 58 members. The 
successful bid was $13,697.19. 


WISCONSIN 35 RICHLAND: The Richlend Cooperetive Electric Association, Richland 
Center, Wisconsin (Herbert H. Stofen, Supt. and Wiseonsin Development Authority, 
602 Tenney Building, Madison, Wisconsin, Enginser) has awarded a contract to 
Honold & LaPage, Inc., 915 Penn Ave., Sheboygan, Wisconsin, for building a 
step-up substation. The successful bid was 86,7506 
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DEPARTMENT OF AGRICULTURE 
RURAL ELECTRIFICATION ADMINISTRATION 


CONSTRUCTION REPORT NO, 66.. . aA pra Leo pupae | 


This bulletin announces construction contracts approved between 
March 22, 1941 and April 24, 1941.. ae: 


ARKANSAS 12 MILLER: The Southwest Arkansas Electric Cooperative Corporation, 
3135 East Broad Street, Texarkana, Arkansas (Calvin M. Hervey, Jr., Manager, 
and Ray W. Chanaberry, 1000 Realty Building, Louisville, Kentucky, Engineer) 
has awarded a contract to Stuart C. Irby, Jackson, Mississippi, for building 
125 miles of line to serve 204 members, The successful bid was BOO mies | De 


COLORADO 16 JEFFERSON: The Intermountain Rural Electric Association, Bailey, 
Colorado (J. Kk. Maile, Superintendent, and Glenn R. Fickel, 518 Temple Court 
Building, Denver, Colorado, Engineer) has awarded a contract to E, A. Reither, 
Aitkin, Minnesota, for building 219 miles of line to serve 415 members. The 
successful bid was 164,543.20. 


COLORADO 18 GUNNISON: The Gunnison County Electric Association, Inc., Crested 
Butte;s Colorado: (V0 A’ Morgan, Superintendent and Rocky Mountain Engineering 
Company, 201 Wilda Building, Denver, Colorado, Engineer,) has awarded a con- 
tract to Barnett and Giles, Murray, Utah, for building 116.5 miles of line 

to serve 397 members, The successful bid was ~o4,500,00,. 


COLORADO 22 BOULDER: The Union Rural Electric Association, Inc., Caty of 
Brighton, Colorado (Glen Leroy Reasoner, Acting Superintendent, and Rocky 
Mountain Engineering Company, 201 Wilda Building, Denver, Coloradg, Engineer ) 
has awarded a contract to Snyder & Johnson, Inc., Humboldt, Iowa, for build- 
ing 142.2 miles of line to serve 243 domestic and 20 pump consumer installa- 
tions, The successful bid was $103,051.78, 


FLORIDA 30 WALTON: The Choctawhatchee Electric Cooperative, Inc., Crestview, 
Florida (J. C. Green, Superintendent and J. B, McCrary Engineering Corporation, 
1408-22 Marietta Street Building, Atlanta, Georgia, Engineer) has awarded a 
contract to H. B. Nelson Construction Company, 207 Red Rock Building, Atlanta, 
Georgia, for building 356 miles of line to serve 760 members, The successful 
bid was $190,224.01. 


GEORGIA 31 UPSON: The Upson County Electric Membership Corporation, 208 South 
Center Street, Thomaston, Georgia (T. S. Jackson, Manager, and J. B. McCrary 
Engineering Corporation, 1408 Marietta Street Building, Atlanta, Georgia, 
Engineer) has awarded a contract to Roy Richards, Box 88, Carrollton, Georgia, 
for building 87 miles of line to serve 245 members, The successful bid was 
oar, QOL 


IDAHO 14 VALLEY: The Long Valley Power Cooperative, Inc., Donelly, Idaho 
(ha As Fabl, Superintendent, and Edelblute & Mackenzie, Box 7, Colville, 
Washington, Engineer) has awarded a contract to C-L Electrie Company, 
Pocatello, Idaho, for building 118 miles of line to serve 241 members, The 
successful bid was $74,974.07. 
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ILLINOIS 2 WAYNE: The Wayne-White Counties Electric Cooperative, 3024 East 
Main Street, Fairfield, Illinois (F. A. Tannahill, Acting Superintendent 
and Rural Line Engineers, Central Building, Clayton, Missouri, Engineer) 
has awarded a contract to A. A. Electric Company, 3125 South 60th Court, 
Cicero, Illinois, for building 344.2 miles of line to serve 834 members, 
The successful bid was’ $263,792.56, 


ILLINOIS 37 SALINE: The Southeastern Illinois Electric Cooperative, Inc., 
Harrisburg, Illinois (A. F. Lentz, Superintendent and Michael Drazen and 
Associates, 4903 Delmar Boulevard, St. Louis, Missouri, Engineer ) has 
awarded a contract to A. A. Electric Company,. 3125 South 60th Court, Cicero, 
Illinois, for building 310,6 miles of line to serve 916 members. The suc- 
cessful bid was $238,436.56, 


ILLINOIS 45 CLINTON: The Clinton County Electric Cooperative, Inc., 101 North 
Cherry Street, Breese, Illinois (Joseph H, Heimann, Superintendent, and Rural 
Line Engineers, Central Building, Clayton, Missouri, Engineer) has awarded a 
contract to the A. A. Electric Company, 3125 South 60th Court, Cicero, Illinois 
for building 98,52 miles of line to serve 217 members. The successful bid 

was $77,193.56, 


KANSAS 7 JEWELL: The Jewell-Mitchell Cooperative Electric Company, Inc., 
Ionia, Kansas (Wesley W. Schutz, Superintendent and Paulette & Wilson, 1006 
Kansas Avenue, Topeka, Kansas, Engineer) has awarded a contract to Elkhorn 
Construction Company, Norfolk, Nebraska, for building 217 miles of line to 
serve 284 members, The successful bid was $140,734.47. 


KANSAS 24 CLAY: The C and W Rural Electrification Cooperative Association, 
Inc., Clay Center, Kansas (Irvin H. Smith, Superintendent and Raymond H. 
Reed and Company, 2084 N. W. Second Street, Abilene, Kansas, Engineer) has 
awarded a contract to R. E, Mattison and Company, P. 0. Box 492, Britton, 
Oklahoma, for building 175.8 miles of line to serve 308 members, The suc- 
cessful bid was $104,433.00, 


KANSAS 39 POTTAWATOMIE: The P, Re & W. Electric Cooperative Association, Inc., 
Wamego, Kansas (V, E. Keyser, Superintendent and Raymond H. Reed, 208% N. W. 
Second Street, Abilene, Kansas, Engineer) has awarded a contract to Hufford- 
Mosley Co., 510 Interstate Building, Kansas City, Missouri, for building 

158,9 miles of line to serve 288 members, The successful bid was $99,810.65, 


KENTUCKY 30 SHELBY: The Shelby Rural gflectric Cooperative, Corporation, 
Shelbyville, Kentucky (Wm. C,. Dale, Superintendent, and Ray W. Chaneverry, 
1000 Realty Building, Louisville, Kentucky, engineer) has awarded a contract 
for building 130.8 miles of line to serve 257 members. The successful bid 
was $78,045.12. 


KENTUCKY 33 DAVIESS: The Green River Rural Electrification Cooperative 
Corporation, 5¢cl St. Ann Street, Owensboro, Kentucky (C. T. Smith, Manager, . 
and Pat M. Sullivan, Gallatin, Tennessee, lngineer) has awarded a contract 
to The Griffin Electric Company, Inc.,.225 St, Ann Street, Owensboro, 
Kentucky, for building 135 miles of line to serve 405 members. The success- 
ful bid was $87,269.60, 
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KENTUCKY 38 FULTON: The Hickman-Fulton Counties Rural Electric Cooperative 
Corporation, Hickman, centucky (Robert Hosman, Superintendent, and Allen & 
Hoshall, 65 McCall Place, Memphis, Tennessee, Engineer ) has awarded a contract 
to J. F. McCoy, Carbondale, Illinois for building 68: miles of line to serve 
175 members. The successful bid was Uo heoaTeaos 


KENTUCKY 35 WARREN: The Warren Rural Electric Cooperative Corporation, 826 
State Street, Bowling Green, Kentucky (Lester Wright, Superintendent, and 
Ray W. Chanaberry, 1000 Realty Building, Louisville, Kentucky, Engineer) 
has awarded a contract to Piqua Steel Company, 622 Covington Avenue, Piqua, 
Ohio, for building.110 miles. of line to serve 220 members. The successful 
DiC Was 902,11 Lets 


ENTUCKY 45 ANDERSON: ‘The Fox Creek Rural Electric Cooperative Corporation, 
Lawrenceburg, Kentucky (Roy York, Superintendent, and Pat M. Sullivan, 
Gallatin, Tennessee, Engineer ) has awarded a contract to Shely Construction 
Company, Lexington, Kentucky, for building 132 miles of line to serve 4035 
members. The successful bid was $94,070.10. 


KENTUCKY 52 FLEMING: The Fleming-Mason Rural Electric Cooperative Corpora- 
tion, Flemingsburg, Kentucky (James K. Smith, Superintendent, and Ray W. 
Chanaberry, 1000 Realty Building, Louisville, Kentucky, Engineer) has awarded 
a contract to Piqua Steel Company, 622 Covington Avenue, Piqua, Ohio, for 
building 114 miles of line to serve 246 members, The successful bid was 
768,531.64, 


KENTUCKY 57 BELL: The Cumberland Valley Rural Electric Cooperative Corpora- 
tion, Kentucky Avenue, Pineville, Kentucky (Janes C. Bright, President, and 
Ray W. Chanaberry, 1000 Realty Building, Louisville, Kentucky, Engineer ) 

has awarded a contract to Codell Construction Company, Inc., Clark County 
National Bank Building, Winchester, Kentucky, for building 267 miles of line 
to serve 735 members. The successful bid was $195,582.19. 


LOUISIANA 15 POINTE COUPEE: The Pointe Coupee Electric Membership Corpora- 
tion, New Roads, Louisiana (Alfred A, Robinson, Acting Superintendent, and 

H. B. Gieb and Associates, 1109 Mercantile Building, Dallas, Texas, Engineer ) 
has awarded a contract to Stuart C. Irby Company, Jackson, Mississippi, for 
building 34 miles of line to serve 134 members. The successful bid was 
$19,039.06. 


MINNESOTA 71 BLUE EARTH: Blue Earth-Nicollet Cooperative Electric Associa- 
tion; Mankato, Minnesota (Carlton Loren Palmerston, Superintendent, and 
Ellerbe and Company, First National Bank Building, ot. raul, Minnesota, 
Engineer) has awarded a contract to K. T. McHugo, 323 Wheeler Avenue, 
Mankato, Minnesota, for building 170 miles of line to serve 250 members. 
The successful bid was $103,179.35. 


MINNESOTA 88 KOOCHICHING: The Border Electric Cooperative, Inc., International 
Falls, Minnesota (Karl Sheel, Coordinator, and General Engineering Corpora- 
tion, 2944 Cedar Avenue, Minneapolis, Minnesota, Engineer) has awarded a 
contract to Franzen Brothers, Palisade, Minnesota, for building 107.8 miles 

of line to serve 258 members. The successful bid was $69,958.05 
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MINNESOTA 93 CASS: The Consumers Delight Electric Cooperative, Inc., Federal 
Dam, Minnesota (Russel Lego, Coordinator, and General Engineering Corporation, 
2944 Cedar Avenue, South, Minneapolis, Minnesota, Engineer) has awarded a 
contract to E, W. Wylie, Inc., 2239 Ford Road, St. Paul, Minnesota, for build- 
ing 64,2 miles of line to serve 221 members, The successful bid was 
$42,126.99, 


MINNESOTA 95 LAKE OF THE WOODS: The North Star Electric Cooperative, Inc., 
Baudette, Minnesota (Clarence Peterson, Coordinator, and General Engineg-ing 
Corporation, 2944 Cedar Avenue, Minneapolis, Minnesota, Engineer) has 
awarded a contract to E. W, Wylie, Inc., 2239 Ford Road, St. Paul, Minnesota, 
for building 234 miles of line to serve 439 members, The successful bid was 
$147,401.41. 


MISSISSIPPI 22 LEAKE: Central Electric Power Association, Carthage, 
Mississippi (E. T. Thames, Manager, and Bowman and Bowman, Greenwood, 
Mississippi, Engineer) has awarded a contract to Sullivan, Long & Hagerty, 
Bessemer, Alabama, for building 98 miles of line to serve 571 members. The 
successful bid was $54,604.42. 


MISSISSIPPI 41 PIKE: Magnolia Electric Power. Association, P. 0. Box 979, 
McComb, Mississippi ( G. H. Alford, Superintendent and Bowman and Bowman, 
Greenwood, Mississippi, Engineer) has awarded a contract to Stuart G. Irby 
& Company, Jackson, Mississippi, for building 202 miles of line to serve 
054 members, The successful bid was $112,935.01, 


MISSOURI 54 CRAWFORD: The Crawford Electric Cooperative, Inc., Bourbon, 
Missouri (R. L. Mook, President, and Midwestern Enzineering & Construction 


. 


Company, 307 Drew Building, Tulsa, Oklahoma, Engineer) has awarded a contract 
to Allied Contracting Company, 201 North Dewey, Eau Claire, Wisconsin, for 
building 324,80 miles of line to serve 711 members, The successful bid was 


$225,437.61. 


OHIO 30 MARION: The Marion Rural Electric Cooperative, Inc., Marion, Ohio 
Kenn-sh Kinsler, Manager, and Putnam and Woolpert, 132 North Main Street, 
Dayton, Chio, Engineer) “as awarded a contract to the Davis-Hydaker Company, 

Spencerville, Chio, for birlding 82 miles of line to serve 225 members, 


The successful bid was §59,186,59, 


OHIO 83 HURON: The Firelands Electric Cooperative, Inc., North Fairfield, 
Ohio (iM. d. Wilhelm, Superintendent, and Putnam and Woolpert, 132 North Main 
Street, Dayton, Ohio, Engineev) hes awarded a contract to the Davis-Hydaker 
Company, Spencerville, Ohio, for building 82 miles of line to serve 225 
members. The successful bid was $59,186.59. 


OHIO 86 GUERNSEY: The Guernsey-Muskingum Electric Cooperative, Inc., 22 East 
Main Street, New Concord, Ohio (H. B. Smith,Superintendent, and Putnam and 
Woolpert, 132 North Main Street, Dayton, Ohio, Engineer) has awarded a con- 
tract to D & W Construction Company, 2119 Cleveland Avenue, Columbus, Ohio, 
for building 168 miles of line to serve 388 members, The successful bid was 


£120,323,.80, 
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OKLAHOMA 30 CHOCTAW: The Choctaw Electric Cooperative, Inc., 203 Hast Jackson 
Street, Hugo, Oklahoma (Omar A, Fugate, Superintendent, and S. B, Wadley, 

Box 18, Kingfisher, Oklahoma, Engineer) has awarded a contract to Walco 
Engineering and Construction Company, 2408 Hast Fourth Place, Tulsa, Oklahoma, 
for building 158 miles of line to serve 275 members, The successful bid was 
$90,250,76, 


OKLAHOMA 31 WOODWARD: The Northwestern Electric Cooperative, Ince, Woodward, 
Oklahoma (Wilfred Johns, President, and C,. H. Guernsey and Company, 12165 
South Grand Avenue, Cherokee, Oklahoma, Engineer) has awarded a contract to 
Walco Engineering and Construction Company, 2408 Hast Fourth Place, Tulsa, 
Oklahoma, for building 347,01 miles of line to serve 487 members. The suc- 
cessful bid was $180,243.33, 


SOUTH CAROLINA 26 DARLINGTON: The Pee Dee Electric Cooperative, Inc., Public 
Square, Darlington, South Carolina (T. R. Boseman, Superintendent, and 

J. B. McCrary Engineering Corporation, 22 Marietta Street Building, Atlanta, 
Georgia, Engineer) has awarded a contract to Little Electric Company, 

Union, South Carolina, for building 303,79 miles of line to serve 762 
members, The successful bid was $173,986.25. 


SOUTH CAROLINA 36 BARNVELL: The Salkehatchie Electric Cooperative, Inc., 
Barnwell, South Carolina (Walter B, Davis, Superintendent, and J. 3B, McCrary 
Engineering Corporation, 1408-22 Marietta Street Building, Atlanta, Georgia, 
Engineer) has awarded a contract to W. H. Horne, Jr., Sumter, South Carolina, 
for building 153.4 miles of line to serve 331 members, The successful bid 
was $89,779,80. 


SOUTH CAROLINA 38 OCONEE: The Blue Ridge Hlectric Cooperative, Ince, 
Pickens, South carolina (A. J. Hurt, Superintendent, and Hammond and Long, 
3419 North Main Street, Columbia, South Carolina, Engineer) has awarded a 
contract to Day & Simmerman, Inc,, 620 Packard Building, Philadelphia, 
Pennsylvania, for building 535,2 miles of line to serve 1456 members, The 
successful bid was $311,104,54, 


TENNESSEE 35 MARION: The Sequatchie Valley Hlectric Cooperative, South 
Pittsburg, Tennessee (R. L. Lodge, President, and Francis and H aley, 354 
Brown-Marx Building, Birmingham, Alabama, Engineer) has awarded a contract 
to Oman Construction Company, Box 146, Nashville, Tennessee, for building 
190 miles of line to serve 698 members, The successful bid was $139,851.05, 


VIRGINIA 22 CAROLINE: The Virginia Electric Cooperative, Bowling Green, 
Virginia,(W. H. Brown, Superintendent, and C. W. H ylton, Bowling Green, 
Virginia, Engineer) has awarded a contract to G. EH. Barron, Blackstone, V&aes 
for building 164.15 miles of line to serve 450 members. The successful bid 
was $110,010.25, 


WASHINGTON 18 SPOKANE: The Inland Empire Rural Electrification, Inc., 41¢ 
Hutton Building, Spokane, Washington (Victor P, Campbell, Manager, and 
Charles H. Shouse, 416 Hutton Building, Spokane, Washington, Enginéer) has 
awarded a contract to Tri-State Construction Co,, 1812 NE. 40th Street, 
Portland, Oregon, for building 302.30 miles of line to serve 571 members. 
The successful bid was $195,653,30, 
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This bulletin announces construction contracts approved between April 24, 1941 
and May 26, 1941; \ 
ARIZONA 14 COCHISE: The Sulphur Springs Valley Electric Cooperative, Inc., Willcox, 
Arizona (Mike M. Bennett, Supt., and Stanley Engineering Co., Muscatine, Iowa, 
Engineer) has awarded a contract to the Vencott Company, Los Angeles, Californiz, 


for building 142.4 miles of line to serve 234 members. The successful bid wes 
$137,404.96. 


ARKANSAS 15 WOODRUFF: The Woodruff Electric Cooperative Corporation, Auguste, 


Arkensas (T. E. Bostick, Asst. Mgr., and Ray W. Chenaberry, Inc., Suite 1000 
Reelty Building, Louisville, Kentucky, Engineer) hes owerded e contrect to the 
Electric Construction Co., 317 Mein Street, Little Rock, Arkenses, for building 
193 miles of line to serve 444 members. The successful bid was $105,979.91. 


ARKANSAS 23 MISSISSIPPI: Mississippi County Electric Cooperative, Inc., Blytheville, 


Arkansas (H. C. Knappenberger, Supt., end Ray W. Cheneberry, Inc,, Louisville, Ky., 
Engineer) has cwarded a contraet to the aoe ey Construction Co., Box 392, West 
Plains, Missouri, for buildin® 79 miles of line to serve 235 members. The success 
ful bid was $44,084.35. 


COLORADO 36 ROUTT: The Yampa Valley Electric Association, Inc., Steemboat Springs, 


Colorado (Clifford G. Hanson, Supt., and Walter E. Flora, Cheyenne, Wyoming, 
Engineer) has awarded a contrect to Snyder and Johnson, Inc., Humboldt, Iowe, for 
building 178.93 miles of line to serve 268 members. The successful bid wes 
$99,080.17. 


GEORGIA 67 BACON: The Satilla Rural BDlectric Membership Corpvoration, Alma, Georg 
(Valene Bennetts, Acting Superintendent, and Marcus ©. Long, 3419 North Main Stree 
Columbia, South Carolina, Ineineer) has awarded a contract to Stuart ©. Ir 
Jackson,- Mississippi, for building 185 miles of line to serve 446 members. The 
successful bid was $103,870.60. 


Jefferson County Blectric Membership Corporation, 
Louisville, Georgia (James 3. Polhill, Jr., Superintendent and J. Be McCrary Engi- 
neering Corporation, AtTSntS, Georgia, Enginesr) has awarded a contract to a 
Richards, Carrollton, Georgia, for buildings 26.7 miles of line toiserye 73 members. 
The successful bid was $17,689.30. 


GHORGIA 91 LAURENS: The Cconee Elect Coryoration, Dudley, Georgia 
(Paul J. Jones, Acting suner eyed cert; ANd « Bs Crary angineering Corporation, 
Atlanta, Georgia, Enginee r) has.awarded’ a nonin Boators pees & eee ian nee 

pes eu Bessemer, aera ae ‘uilding 6 -70 miles 

29 


IDAHO 17 FREMONT: The Fal overative, Inc., Ashton, Idaho, 
(Walter Bratt, Superintend , Omaha Grain Exchange Building, 
Omaha, Nebraska, Engineer) has awarded a contract tional Construction Comany, 
Rapid City, South Dakota, ‘for building 62.7 miles of line to serve 97 members. 

The successful bid was $39,890.15. 
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IDAHO 21 CAMAS: The Prairie Power Cooperative, Inc., Fairfield, (8 (adres: 
Williams, Superintendent and H. §. Nixon, £19 Omana Grain Exchange Building, Omaha, 
Nebraska, Engineer) has awarded a contract to National Construction Company, P. 0. 
Box 1392, Rapid City, South Dakota, for building 119.15 miles of#line to serve 

150 members. The successful bid was $62,347.98. 


ILLINOIS 46 MADISON: The Southwestern Electric Cooperative, Inc., Greenville, 
Illinois (Victor Heid ol Superintendent and Rural Line Engineers, Clayton, Missouri 
Engineer) has awarded a contract to Street Lighting Service Company, 59 West 
Marquette Road, Chicago, Illinois, for building 200.2 miles of line to serve 401 
members. The successful bid was $152,264.13. 


IOWA 9 SCOTT: The HZastern Iowa Light & Power Cooperative, 214 West Fourth Street, 
Davenport, Iowa. KS6 ON Jordan, Sunerint< sndent and Ke R. Brown, 802 Valley Bank 
Building, Des: Moines, Iown, ee for | 


3 


for puilding 394.70 miles of line to serve 
7eo members. The successful bid wa s $281, Vorenes 


IOWA 36 WRIGHT: . Weient County Rural Electric Cooperative, Clarion, Iowa (George 

C. Kirstein, Superintendent and K. R. Brown, 802 Velley Bank Building, Des Moines, 
Towa, Engineer) has awarded a contract to Bberherd Construction Commany, Guttensbur; 
Iowa, for building 115.6 miles of line to serve 221 members. The successful bid 


was $73,438.60. 


FOWANGD HEVRY 2 S.05. Towa Cooperative Electric Association, Mt.. Pleasant, Iowa 
(Warner A. Russell, Salem, Iowa, Superintendent and Stankey Engineering Compan 
Central State Bank Building, Muscatine, Iowa, Engineer) has awarded 4 contract 
to Lippert Brothers, 827 Monona Street, Boone, Towa, for building 195 miles of 
line to serve 380 members. The successful bid was $131,629.58. 


IOWA 79. CLARKE: The Clarke Hlectric Cooperative, Thess Osceola, Iowa CAS it Klein, 
President and Stanley Enginee ing Company, Muscatine, Iowa, Engineer) has awarded 
a contract to Ferguson-Diehl ae ee Company, Jefferson, Iowa, for building 
116 miles of line to serve 193 members. The successful bid was $82,960.08. 


KANSAS 34 BARTOW: The Central Kansas Electric Cooperative Association, Inc., 
Great Bend, Kansas (William J. Groh, Superintendent and A. W. Hefling, 84 East 
end Street, Hutchinson, Kansas, Engineer) has awarded a contract to Re EB. Mattison 
end Company, Britton, Oklahoma, for building 312 miles of line to serve 516 members 
The successful bid was $173,706.21. 
KENTUCKY 46 HARRISON: ‘The Harrison County Rural Electric Cooperative Corporation, 
115 Hast Pike Street, SES 5 Kentucky (G. L. Bridwell, Superintendent and 

tay W. Chanaberry, 1000 Realty Building, Louisville, Kentucky, Engineer) has awarded 
& contract to Shely Construction Company, P. 0. Box 398, eee a: Kentucky, for 
building 70 miles cf line to serve 154 members. The successful bid was $40, 591. 28 « 


LOU JISTANA 13 EAST BATON ROUGE: The Dixie Blectric Membershin oT ee Baton 
Rouge, Louvisiana a ie £. Thompson, Manager, and H.B. Gieb, 1207 Texas Bank Building, 
Dallas, Texas, Engineer) has awarded a contract to L. OF Breyton ae Comoany, 
Dyersburg, Tennessee, for building 212 miles of line ‘to serve 388 members. The 
successful bid was $116,164.33. 


r 
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MARYLAND 7 CAROLINE: The Choptank Cooperative, Inc., Denton, Maryland (C. A. 
Sennett, Superintendent and B. O. Vannort, 803 Commercial Bank Puilding, Charlotte, 
N. G., Engineer) has awarded a contract to Day & Zimmerman, Incam O20 Packard : 
Building, Philadelphia, Pennsylvania, for building 676 mules or line TO..Serve 

1460 members. The successful bid was $488,107.46. 


MICHIGAN 29 ONTONAGON: The Ontonagon County Rural Electrification Association, 
Ontonagon , Michigan (Cyril Clerk, Superintendent and J. & G. Daverman Company, 
Ab Porter Block, Grand Rapids, Michigan, Engineer) has awarded a contract to 
Nicholas M. Isabella, 2245 Ebon Ridge, Madison, Wisconsin, for building 80 
miles of line to serve 158 manbers. The successful tid was $52 006.u0! 


MISSISSIPPI 23 COPIAH: The Southwest Mississippi Electric Power Association, 
Lorman, Mississippi (F. R. Price, Superintendent and Bowman and Bowman, Greenwood, 
Mississippi, Engineer) has awarded a contract to Sullivan, Long & Hagerty, 
Bessemer, Alabama, for building 19 miles of line to serve 40 members, The suc- 
cessful bid was $13,254.71. 


MISSISSIPPI 28 HANCOCK: The Coast Electric Power Association, 154 Main Street, 
Bay St. Louis, Mississippi (POL eeon Ferre tls Superintendent and J. R. Rollins, 
Bay St. Louis, Mississippi, Engineer) has awarded a contract to the Deita Con- 
struction Company, Clarksdale, Mississippi, for building 95 miles of line to 
serve 330 members. The successful bid was $59,413.71. 

MONTANA 2 CASCADE: The Sun River Electric Coop? ative, Inc., Fairfield, Montana 
R. C. Sherman, Superintendent anc John W. Hall, Fort Shaw, Montana, Engineer ) 
has awarded a contract to D. M. Manning, Hysham, Montana, for building 178 miles 

of line to serve 300 members. The successful bid was 5106, 308.85. 


MONTANA 5 RICHLAND: The Lover’ Yellowstone Rural Wlectrification Asseciation, Inc. , 
Sidney, Montana, (J. F. Murphy, Menager ana Jd. M. Garrison, State Water Conserva- ; 
tion Board, Helena, Montana, Engineer) has awarded a contract to D. M. Manning, 
Hysham, Montana, for building 27.28 miles of eteene BOGSErve 76 members. The suc- 
cessful bid was $20,350.30. 


NEPRASKA 77 NORRIS DISTRICT PUFLIC: The Norris Rural Public Power District, 

1030 "Ml". Street, Liricolin, Nebraska (Paul D. Marvin, Manager and H. H. Henningson, 
730 Service Life Building, Omaha, Nebraska, Engineer) has awarded & contract to 
the C. &. W. Contracting Company, Lid., Omaha, Nebraska, for building 76° mikes 
of line to serve 80 members. The successful bid was 328,862.33. 


NEPRASKA 78 DAWSON DISTRICT PURLIC: The Dawson County Public Power District, 
Lexington, Nebraska (Albert A. Kjar, President, and Raymond i. Reed, Abilene, 
Kansas , Engineer) has awarded two contracts to the Crawford Electric Company, 
514 Jeffers Street, North Platte, Nebraska, for puilding 186.9 miles of line 
to serve 247 members plus 110 irrigation wells, in Section I, and 220.2 miles 
of line to serve 375 members plus 13 irrigation wells in Section II. The suc- 


cessful bids were 368,302.75 and #134,138. 33 respectively. 


NEW HAMPSHIRE 4 MERRIMACK: The New Hampshir é Flectric Cooperative, nese 
1, Main Street, Plymouth, lew Hampshire (Leon hi. Euntress, Superintendent and 
J. Re Worcester & Co., 79 Wilk Street, Roston, Wassachusetts, Engineer) has 
awarded a contract to the Donovan Contracting Company, eo Carroll Avenue , 
St. Paul, Minnesota, for building 106 miles of line to serve 240 members. The 


successful bid was 391,496.09. 
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NCRTH CAROLINA 16 EDGECOMBE: The Edgécombe-Martin County Electric Membership 
Corporation, Tarboro, North Carclina (J. T. Hagans, Superintendent and W. W. 
Corcoran, Rich Square, North Carolina, Engineer) has awarded a contract to Day 
& Zimmerman, Inc., 620 Packard Building, Philadelphia, Pennsylvania, for build- 
ing 55 miles of line to serve 150 members. The successful bid was 428,611.59. 


NORTH CAROLINA 23 BURKE: The Burke-McDowell Electric Membership Corporation, 
ee oe North Carolina (William E. Wortman, Superintendent and PB. O. Vannort 
1207 Commercial Bank Building, Charlotte, North Curolina,’ Engineer) has’ awarded’ 
a contract to Day & Zimmerman, Inc., 620 Packard Building, Philadelphia, Pennsyl- 


Was Sty Bao eee 191 miles of line to serve 700 members. ‘The successful bid 


NORTH CAROLINA 55 CRAVEN: The Carteret—Craven Flectric Membership Qorporation 
Beaufort, North Carolina (George W. Huntley, President and L. E. Wooten, 102 West 
Hargett Street, Raleigh, North Carolina, Engineer) has awarded a contract to the 
Miller-—Baxter Company, 145 North Pennsylvania Street, Indianapolis, Indiana, 

for’ building 158 miles of line to serve 520 members. The successful bid was 


$99 ,Albe21. 


T alain . a : s : 
WORTH DAKOTA 1) CASS:” The Cass County Electric’ Cooperative, Inc. , Kindred, North 
Dakota (A. J. Tuskind, Manager and M. S. Hyland, 1114 8th Avenue, North, Fargo, 


if ; + nm ere are D ” + 

lorth Dakota, Engineer) has awarded a contract to Zontelli Eros., Ironton, 

Minnesota, for builci ng 295 miles of Line to serve 389 members. The successful 

bid was $153,761.56. 

OHIO 29 PIKE: The Inter—County Rural Electric Cooperative, Inc., Hillsboro, Ohio, 

(Harry E. Carter, Superintendent and Putnam & Woolpert, 132 N. Main Street, Daytor 
is . \ i 3 ‘ 

Ohio, Engineer) has awarded’ a contract to the Kelso—Wagner Company, 134 West 

Second Street, Dayton, Ohio, for building 82 miles of line to serve 225 members. 

The successful bid was $62,564.60. 


OHIO 33 AUGLATZE: The Midwest Flectric, Incorporated, 143 West Spring Street, 

St. Marys, Ohio (Thomas R. Kern, Superintendent and Putnam & Woolpert, 132 North 
Main Street, Dayton, Ohio, Engineer) has awarded a contract to the Davis-Hydaker 
Company, Spencerville, Ohio, for building S2 miles of line to serve 225 members. 


The successful bid was $59,186.59. 


OHIO 39 PAULDING: The Paulding-Putnam Electric Cooperative, Inc., Paulding, Ohio 
(Curtis Kohart, Manager and Putnam & Woolpert, 132 North Main Street, Dayton, 
Ohio, Engineer} has awarded a contract to the Davis-Hydaker Company, Spencerville, 
Ohio, for building @°2 miles of line to serve 225 members. The successful bid 


was $59,186.59. 


OHIO 42 DARKE: The Darke Rural Flectric Cooperative, Inc., Greenville, Ohio, 

(R. H. Orton, Superintendent and Putnam & Woolpert, 132 North Main’ Street, Dayton, 
Ohio, Engineer) has awarded: a contract to the Kelso-Wagner Company, 134 West 
Second Street, Dayton, Ohio, for building 82 miles of line to serve 225 members. 
The successful bid was $62,546.80. 


OHIO 50 UNION: ‘The Union Rural Electric Cooperative, Inc., 124 North iain Street 
Marysville, Ohio (Carl R. Jenny, Manager and Putnam & Woolpert, 132 North Main 
Street, Dayton, Ohio, Engineer) has awarded a- contract to the Kelso—Wagner 

le c 2 fy + . : BO er a . 
Company, 134 West Second Street, Dayton, Ohio, for building #2 miles of line to 
serve 225 members. The successful bid was $62,546.80. 
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OHIO 59 MORROW: The Morrow Rural Electric Cooperative, Inc., Mt. Gilead, Ohio 
(Howard Clapper, Superintendent and Putnam & Woolpert, 132 North Main Street, 
Dayton, Ohio, Engineer) has awarded a contract to the Kelso-Wagner Company, 154 
West Second Street, Dayton, Ohio, for building &2 miles of line to serve 200+ 
members, The successful bid was $62,546.80. 


OHIO 60 SENECA: The North-Céntral Electric Cooperetive, Inc., East Tiffin Street, 
Attica, Ohio (R. J. Williams, Superintendent and Putnam end Woolpert, 132 North 
Main Street, Dayton, Ohio, Engineer) has awarded a contract to the Davis-Hydaker 
Company, Spencerville, Ohio, for building 82 miles of line to serve 225 members. 
The successful bid was 59,186.59. 


OHIO 68 FULTON: The Tri-County Rural Electric Cooperative, Inc., Hahn Building, 

Napoleon, Ohio (A. E. Steinbrecher, Manager and Putnam & Woolpert, 12 North Main 
‘ Street, Dayton, Ohio, Engineer ) has awarded a contract to the Davis-Hydaker 
Company, Spencerville, Ohio, for building 82 miles of line to serve Zeo members. 
The successful bid was 359,186.59, 


OHIO 74 BUTLER: The Butler Rural Electric Cooperative, Inc., Hamilton, Ohio 
(LeRoy Lamborn, Superintendent and Putnam & Woolpert, 1c North Main Street, 
Dayton, Ohio, Engineer) has awarded a contract to the Kelso-Wagner Company, 134 
West Second Street, Dayton, Ohio, for building 82 miles of line to serve ue 
members. The successful bid was 462,546.80. 


OHIO 75 WILLIAMS: The North Western Electric Cooperative, Inc., Montpelier, Ohio 
(Fred Swinehart, Manager and Putnam & Woolpert, 132 North Main Street, Dayton, 
Ohio, Engineer) has awarded a contract to the Davis-Hydeker Compeny, Spencerville, 
Ohio, for building 82 miles of line to serve 225 members. The succes8ful bid was 
Os pees O ae 


OHIO 85 HARDIN: The United Rural Blectric, 210 South Detroit Street, Kenton, Ohio 
GC. Bwing, Superintendent and Putnam & Woolpert, 132 North Main Street, Deyton, 
Ohio, Engineer) has awarded a contract to the Davis-Hydeker Company, Spencerville, 
Ohio, for building 82 miles of line to serve 225 members. The successful bid was 
pod, lOO eods 


OHIO 87 WOOD: The Hancock-Wood Blectric Cooperative, Inc., 109 South Main Street, 
North Baltimore, Ohio {R,. P. Luse, Superintendent and Putnam & Woolpert, 42, North 
Main Street, Dayton, Ohio, Engineer) has awarded a contract to the Davis-Fydaker 
Company, Spencerville, Ohio, for building 82 miles of iine to serve 2eo members. 
The successful bid was $59,186.59, 


OHIO $4 ADAMS: The Adams Rural Electric Cooperative, Inc., West Union, Ohio 

(H. F. Miller, Superintendent and Putnam & Woolpert, 152 North Main Street, Dayton , 
Ohio, Engineer) has awarded a contract to the Paul L. Gilmore Company, 395 Hast 
Broad Street, Columbus, Chio, for building 248.5 miles of line to serve 526 members 
The successful bid wes (3167,747.62. 


OKLAHOMA 1 KINGFISHER: The Cimarron Electric Cooperative, 217% North Main Street, 
Kingfisher, Oklahoma (Roy Boecher, Manager and S. B. Wadley, Box 16, wines ishex., 
Oklahoma, Engineer) has awarded a contract to A. J. Pharaoh, Henryetta, Oklahoma 
for building 240 miles of line to serve 365 members. The successful bid was 
$iGd,016 2956 


ae a: 


OKLAHOMA 6 CADDO: The Caddo Blectric Cooperative, Binger, Oklahoma (Ralph che 
Shaw, Superintendent and C. H. Guernsey & Company, 1216 South Grand Avenue, 
Cherokee, Oklahoma, Engineer) has awarded a contract to the Rinehart and Donovan 
Company, 804 Commerce Exchange Building, Oklahoma City, Oklahoma, for building 
42,56 miles of line to serve 74 members, The successful bid was »27,380.41. 


OKLAHOMA 26 HARMON: The Harmon Electric Association, Inc., 114 North Main Street, 
Hollis, Oklahoma ( H. G. Templeton, Superintendent and Midwestern Engineering 
and Construction Company, 307 Drew Building, Tulsa, Oklahoma, Engineer) has awarde: 
a contract to J. Briscoe, 414 East llth Street, Stillwater, Oklahoma, for building 
109.10 miles of line to serve 179 members. The successful bid was $61,782.74. 


OREGON. 21 COOS: The Coos Electric Cooperative, Inc., Coquille, Oregon (R. Jd. 
Connarn, Superintendent and John W. Cunningham & Associates, 414 Spalding Building 
Portland, Oregon, Engineer) has awarded a contract to Hagen & MacClintic, P. 0. 
Box 1506, Pueblo, Colorado, for building 96 miles of line to.serve 203 members, 
The successful bid was $73,909.86. 


SOUTH CAROLINA 25 BERKELEY: The Berkeley Electric Cooperative, Inc., Moncks Carne 
South Carolina (B. E. Hatfield, Superintendent and J. B. McCrary Engineering 
Corporation, 1408 - 22 Marietta Street Building, Atlanta, Georgia, Engineer) has 
awarded a contract to Ivy H. Smith Company, 1525 Sean Marco Bouleverd, Jacksonville, 
Florida, for building 116.4 miles of line to serve 293 members. The successful 
bid was 83,647.81. 


TENNESSEE 26 LOUDOUN: The Fort Loudoun Electric Cooperative, Madisonville, 
Tennessee (J. F. Llewellyn, President and J. B. McCrary Eneineering Corporation, 
1408 - 22 Marietta Street Building, Atlanta, Georgia, Engineer) has awarded a 
contract to L. 0. Brayton & Company, Byersburg, Tennessee, for building 243 
miles of line to serve 754 members, The successful bid was $169,550.66, 


TENNESSEE 43 NEWPORT PUBLIC: The Newport Electric Svs tem, P, QO. Box 510, Newport, 
Tennessee (P. lf. Sullivan, Gallatin, Tennessee, Engineer) hes ewarded a contract 
to N ile E, Yearwood, Box 185, Nashville, Tennessee, for building 159 miles of 
line to serve 862 members, The successful bid was $113,198.53, 


a 7 BELL: The Bartlett Electric Cooperative, Inc., Bartlett, Texas (R. We. 

iller, Superintendent and H. B. Gieb & Company, 1207 Texas Bank Building, Dallas, 
reese Engineer) has awarded a contract to the Taylor Construction Company, PF. O. 
Box 648, Taylor, Texas, for building 102 miles of line to serve 211 members, The 
successful bid was $53,561.46. 


TEXAS 50 GRAYSON: The Grayson-Collin Electric Cooperative, Inc., Van Alstyne, 
Texas (H. P. Block, Superintendent and H. B. Gieb & Company, 1207 Texas Bank 
Building, Dallas, Texas, Engineer) has awarded a contract to R. W. McKinney, 
Nacogdoches, Texas, for building 106 miles oh line to serve 305 members. The 
successful bid was $60,973.17. 


TEXAS 52 FANNIN: The Fannin County Electric Cooperative, Inc., Box 98, Bonham, 
Texas (Alonzo Chaffin, Superintendent and Freese and Nichols, 407 Oeree Building, 
Fort Worth, Texas, Engineer) has awarded a contract to Williams & Broughton, Inc., 
5422 Mockingbird Lane, Dallas, Texas, for building 234.1 miles of line to serve 

461 members, The successful bid was $112,968.77. 


# ea 


TEXAS 53 MCLENNAN: The McLennan County Electric Cooperative, Ine., McGregor, 
Texas (Raymond Hampel, Superintendent and Texas Engineering Company, 110 Hast 10th 
Street, Austin, Texas, Engineer) has awarded a contract to the Taylor Construction 
Company, P. O. Box 648, Taylor, Texas, for building 88,5 miles of line to serve 
205 members. The successful bid was (347,908.56, 


VIRGINIA 29 NELSON: The Central Virginia Electric Cooperative, Lovingston, Virgini: 
(James De Cooke, Manager and Hammond & Long, 3419 N orth Main Street, Columbia, 
South Carolina, Engineer) has awarded a contract to the Laird Construction Company, 
310 Michigan National Bank, Battle Creek, Michigan, for building 175 miles of Line 
to serve 402 members. The successful bid was $123,860.55. 


VIRGINIA 37 NANSEMOND: The Community Electric Cooperative, Suffolk, Virginia 

(J. &. Woodward, Superintendent and B. 0. Vannort, 1207 Commercial Bank Building, 
Charlotte, North Carolina, Engineer) has awarded a contract to the Miller-Baxter 

Company, Inc., 445 North Pennsylvania Street, Indianapolis, Indiana, for buitatig 
142 miles of line to serve 350 members. The successful bid was $98,043.05, 


WASHINGTON 30 STEVENS: The Stevens County Electric Cooperative, Inc., Colville, 
Washington (Alfred M. Osborne, Superintendent and Edelblute & Mackenzie, Old 
Dominion Building, Colvillé, Washington, Engineer) has awarded a contract to the 
Washington Asphalt Company, 309 West 39th Street, Seattle, Washington, for build- 
ing 209 miles of line to serve 289 members, The successful bid was $188,935,88. 


WASHINGTON 32 OKANOGAN: The Okanogan County Electric Cooperative, Ince, Winthrop, 
Washington (William F. Dixon, Acting Manager and W. 5. McCrea, Jr., 244 Perkins 
Building, Tacoma, Washington, Engineer) hes awarded a contract to the Tri-State 
Construction Company, 1812 N. &. 40th street, Portland, Oregon, for building 64.6 
miles of line to serve 207 members. The successful bid was $48,950.60. 


WISCONSIN 58 PRICE: The Price Electric Cooperative, Inc., Lake Street, Phillips, 
Wisconsin (Carlysle Baldwin, Superintendent and Wisconsin Development Authority, 
602 Tenney Building, Madison, Wisconsin, Engineér) has awarded a contract to the 
Hallett Construction Company, Crosby. Minnesota, for building 377.05 miles of 
line to serve 728 members. The successful bid was 3229,455.71. 


WYOMING 17 S. E.: The Stonewall Electric Company, 54 South Main Street, Sheridan, 
Wyoming (Thomas W. Hughes, Manager and C. A. Hermanson, 54 South Main Street, 
Sheridan,Wyoming, Engineer) has awarded a contract to the Big Horn Construction 
Company, Sheridan, Wyoming, for building 68.33 miles of line to serve 292 members. 
The successful bid was $66,380.29, 


Also approved: 

ARKANSAS 9 CRAIGHEAD: The Craighead Electric Cooperative Corporation, Jonesboro, 
Arkansas (1. J. Robertson, Manager and Ray W. Chanaberry, Inc., 1000 Realty Build- 
ing, Louisville, Kentucky, Engineer) has awarded a contract to\ ls Osi Brayvon «& 
Co., Dyersburg, Tennessee, for building 244 miles of line to serve 608 members. 
The successful bid was $156,016.04. 
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DEPARTMENT OF AGRICULTURE 
RURAL ELECTRIFICATION ADMINISTRATION 


CONSTRUCTION REPORT NO. 68 


This bulletin announces construction contracts approved between May 27 end 
June 24, 19413 


Ide AUG 30 1941 & | 
O'S Beparitnant dP Agricuture 


ALABAMA 20 BALDWIN: The Baldwin County Electric Membership Corporation, Robertsdale, 


Alabama (Iw dey Kil Lough. Jrs,,eSupt... and. Gordon» Persons) and Cows Ine, 200% 

Montgomery Street, Montgomery, Alabama, Engineer) has awarded a contract to 

Leo T. Barber, Moultrie, Georgia, for building 96 miles of line to serve 244 
members. The successful bid was $85,735,50. 


ALABAMA 23 PIKE: The South Alabama Electric Cooperative, Troy, Alabama (George W. 
Gilmore, Acting Supt., and Gordon Persons and Co., Inc., Engineer) has awarded a 
contract to W. A. Smith, Heypurn Building, Louisville, Kentucky, for building 95 
miles of line to serve 28l members. The successful bid was $60,010.05. 


ALABAMA 26 BARBOUR: The Pea River Electric Cooperative, Clayton, Alabama (Arthur 
5B. Kobertson, Supt., and Gordon Persons and Co., Inc., Engineer) has awarded a 
contract to the Montgomery Electric Company, 110-112 North Perry Street, 
Montgomery, Alabama, for building 65 miles of line to serve 179 members. The 
successful bid was $41,030.97. 
ALABAMA $2 GENEVA: The Wiregrass Hlectric Cooperative, Inc., Hartford, Alabama 
(Howard Haygood, Supt., and Gordon Persons and Co., Inc., Engineer) has awarded a 
contract to. Stuart C. Irby Co..;: Jackson, Mississippi, for building le9 miles of 
line to serve 375 members. The successful bid was $72,181.65. 


ARKANS:»S 10 PULASKI: The First Electric Cooperative Corporation, Jacksonville, 
Arkenses (Ben Marshell, Supt., end Midwestern Engineering and Construction Co., 
407 Drew Building, Tulse, Oklahome., Engineer) hes ewarded = contract to Stovall 
Construction Co., Box 392, West Plains, Missouri, for building 100.26 miles of 
line to serve 239 members. The successful bid was $69,506.18. 


ARKANSAS 13 JOHNSON; The Arkansas Valley Electric Cooperative Corporation, Ozark, 
Arkansas (Wellece M. Milton, Supt., and H. B. Gieb, 1207 Texas Bank Building, 
Dallas, Texes, Engineer) has awarded a contrect to the Killcren Electric Company, 
Appleton, Wisconsin, for building 320 miles, of line to serve 961 members. The 
successful bid was $211,105.37. 


INDIANA 9 MARSHALL: The Marshall County REMC, Plymeuth, Indiena (Clayton 
Kobinson, Manager, and Bevington-Williems, Inc., 730-739 Pythian Building, 
Indianapolis, Indiana, Engineer) has awarded a contract to the Contracting and 
Material Company, 1235 Dedge Avenue, Evanston, Illinois, for building 67.7 miles 
of line to serve 168 members. The successful bid was $47,284.69. 


'KaNSnS 32 RENO: The Arkanses Velley Electric Cooperative Associetion, Inc., 


Sterling, Kensas (Alvia B. Devis, Supt., and Peulette and Wilson, National Reserve 


Life Building, Topeke, Kansas, Engineer) hes ewerded a contrect to the Palmer and 
Bergen Construction Co., Trenton, Missouri, for building 407 miles of line to 
serve 632 members. The successful bid wes $268,941.22. 


8808 
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KENTUCKY 23 TAYLOR: The Taylor County Rurel Electric Cooperative Corporation, ' 
Campbellsville, Kentucky (Earl Tomes, Manager, and Ray W. Chaneberry, Inc., F 
Suite 1000 Realty Building, Louisville, Kentucky, Engineer) has awarded a con- 

tract to 4. Wood Hardin, 326 West Jefferson Street, Louisville, Kentucky, for 
building 36.7 miles of line to serve 85 members. The successful bid was $23,421.71. 


SUUCHY 58 FLOYD: The Big Sandy Rurel Electric Cooperative Corporation, 
Prestonsburg, Kentucky (Ray W. Chanaberry, Inc., Lovisville, Kentucky, Engineer) 
has ewerded 2 contract to the F. W. Owens Company, 119 N. 5th Street, Louisville, 
Kentuczy, for building 114 miles of line to serve 425 members. The successful bid 
wes $79,657.94, 

MICHIGAN 5 LENAWEB: The Southeastern Michigen Rural Electric Cooperative, Ine., 
Adrien, Michigan (Putnem end Woolpert, 132 N. Main Street, Deyton, Ohio, Engineer) 
has awerded a contract to The Devis-Hydaker Company, Spencerville, Ohio, for 
building 82 miles of line to serve 225 members. The successful bid was 


MICHIGAN 28 PRESQUE ISLE:, The Presaue Isle County Electric Cooperative Association, 
Posen, Michigan (Gustav J. Kleber, Supt., and J and G Devermon, 44 Porter Block, 
Grand Rapids, Michigan, Engineer) has awarde ontract to Honold and LaPage, Inc., 
815 Penn Avenue, Sheboygen, Wisconsin -« 116.3 miles of line to serve 
600 members. The successful bid was 


D8) 


MISSISSIPPI 26 PANOLA: The Tallahatchie Valley Electric Power Association, 
Batesville, Mississippi (Williem H. Saxton, Supt., and Allen and Hoshall, 65 MeCell 
Place, Memphis, Tennessee, Engineer) has awarded e contract to the Griffin Electric 
Co., 225 St. Ann Street, Owensboro, Kentucky, to build 115 miles of line to serve 
405 members. The successful bid wes $81,713.83. 


MISSISSIPPI 30 JONES: The Jones County Blectric Power Associetion, Laurel, Miss., 
Lo. ds Smith, Supt., end Bowmen and Bowmen, Greenwood, Mississippi, Engineer) has 
awarded @ contract to the Smith Construction Co., Box 66, Nashville, Tennessee, 
for building 137 miles of line to serve 508 members. The successful bid was 
$78,622.64. 


MISSOURI 23 LEWIS: The Lewis County Rural Electric Cooperative Association, 
Monticello, Missouri (A. H. Holbert, Supt., and C. L. Berger Engineering and 
Construction Co., Paluyra, Missouri, Engineer) has awarded a contract to W. H. 
Griffin, Power Light Building, Kenses City, Missouri, for building 09.97 miles 
of line to serve 120 members. The successful bid wes $42,151.51. 


MISSOURL 32 ATCHISON: The Atchison-Holt Electric Cooperative, Rockport, Missouri 
(Bruce S. Gibbs, Supt., and H. H. Henningson, 626 Standard Oil Company Building, 
Oneha, Nebraska, Engineer) hes awarded a contrect to the Inland Construction O Oe 
3867 Leavenworth Street, Omeha, Nebraska, for building 107.4 miles of line to 
serve 183 members. The successful bic was $69,815.36. 


MISSOURI 49 HOWELL: The Howell-Oregon Electric Cooperative, Inc., West Plains, 
Missouri (Joe RK. Hinds, Supt., and Midwestern Engineering and Construction Co., 
307 Drew Building, Tulsa, Oklehome, Engineer) hes awarded a contract to the 
Stovall Construction Co., Box 392, West Plains, Missouri, for building 152.8 miles 
of line to serve 287 members. The successful bid wes $99,839.35. 


MISSOURI _ 53 POLK: The Southwest Electric Cooperative, Boliver, Missouri (L. L.. 
Alexender, Supt., and Midwestern Engineering and Construction Co., 307 Drew Bree,., 
Tulsa, Oklahoma, Engineer). has awarded a contract to the Stovall Construction Oe. 
Box 392, West Plains, Missouri, for building!124.72 miles of line to serve 274 
members. The successful bid was $86,011.77. 


ee ae 


MONTANA 12 MISSOULA; The Missoula Electric Cooperative, Inc., Missoula, Montana 
(Hlmer Thompson, Supt., and J. M. Garrison, Etate Water Conservation Board, 
Eelena, Montana, Engineer) h as ewarded a contract to the Western Montana Electric 
Co., 118 West Main Street, i issouls, Montana, for building 37.6 miles of line to 
serve-53-members. The successful bid was $27,674.50. 


NEBRASKA 56 CEDAR-KNOX DISTRICT PUBLIC: The Cedar-Knox County Rural Public 
Power District, Hartington, ~ Nebraska (Harold M. Martindale, Supt., and E.oH- 
Henningson, 626 Standard Oil Building, Omaha, Nebraske, Ensincer) has awerded a 
contract to the Inland Construction Co., 3867 Leevenvorth Street, Omaha, Nebraska 
for building 61.81 miles of line to serve 99 members. The successful bid was 
$38, 987.80. 


NEBRASKA 63 STANTON DISTRICT PUBLIC: The Stanton County Rural Public Power District, 
Stanton, Nebraska (Mark Colborn, Supt., and H. H. Henningson, Engineer) hes, 

awarded a contrect to the Vasak Construction Co., Crete, Nebraska, for building 
48.1 miles of line to serve 63 members. The successful bid was Cob. Ov wie. 


NEBRASKA 76 SOUTHERN NEBRASKA DISTRICT PUBLIC: The Southern Bebreske fre ia 
Power District, Grand Islen¢, Nebraske (PB. O: Adams, Supt., and Raymond H. Heed, 
Abilene, Kansas, Engineer) has awarded a corntrect to Snyder end Johnson, Inc., 
Humboldt, Iowa, for building 160.5 miles of line to serve 243 members, Tae 
successful bid was $97,297.79. 


NEBRASKA 77 NORRIS DISTRICT PUBLIC: The Norris Rural Public Power District, 

1030 M Street, Lincoln, Nebraska (Paul D. Marvin, Mgr., and Devis and Schwob, 825 
East 12th Street, Crete, Nebraska, Engineer) hes nwarded a contrect to C & W 
Contracting Co., Ltd., 3207 NW. 14th Avenue, Omaha, Nebraska, for building 15¢é 
miles of line to serve 218 members. ‘The successful bid wes $79,734.43. 


NEBRASKA 78 DAWSON DISTRICT PUBLIC: The Dawson County Public Power Districts 
Lexington, Nebraska. z= aymond H. Reed end Co., £083 Northwest Second Street, 
fbilene, Kansas, Engineer) h as awarded « contract to Jensen and Krage, 209 Wright 
Piling: olcux City, lowe, for building 71.2 miles cf line to serve 77 members 
and 39 wells. The successful tid wes $58,110.87. 


NORTH CAROLINA 47 WAKE; The Weke Electric Memtership Corporation, Wake Forest, 
North Carolina (J. L. Shearon, Supt., and B. - a 1ort, 805 Commercial Bank Bldg., 
Charlotte, North Carolina, Pence) has cwerdec e contrect to the Kockingham 
Construction Co., Inc., Harrisonburg, Virginia, for building 242 miles of line to 
serve 615 members. The successful bid wes $154,729.19. 


NORTH DAKOTA 17 McHENRY: The Verendrye Electric Cooperative, Inc., Velva, North 
Daketa (James 4. Morley, Superintendent-Lineman, and M. 8, Hyland, 1114 Highth 
Avenue Nerth, Fargo, North Dakota, Engineer) hes ewardecd a contract to the Lake 
Electric Company, 505 Fourth Street, Devils Leke, North paors for ouidine 83 
miles of line to serve 163 members. The successful bid was $50,946.29. 


OHIO 88 GhLLIAs The Buckeye Rural Electric Cooperative. Inc., Gallipolis, Chie 
(John R. Lusher, Supt., and Putnam and Woolpert, 142 North Main preted ee 
Ohio, Engineer) hes awarded a contract to J. Sanford Evens, 220 Pearl Str 
Jaeison' Onioywror bealding 1a7° miles of line to serve 368 members. The 
ful bid was $100,349.71. | 


ey: eee 


OKLAEOMA 10 CLEVELAND: The Oklahoma Electric Cooperative, Norman, Oklahoma 
(Edgar W. Cralle, Supt., and 8. B. Wadley, Kingfisher, Oklahoma, Engineer) has 
awarded a contract to K. E. Mattison ena Co., Britton, Oklahoma, for building 
132.141 miles of line to serve 238 members. The successful bid was $75,692.74. 


OKLAHOMA 12 ALFALF4: The Alfalfa Blectric Cooperative, Inc., Cherokee, Oklahoma 
(Howard Crocker, Manager, and C. H. Guernsey anc Co., 1216 S. Grand Avenue, 
Cherokee, Oklahoma, Engineer) has awarded a contract to J. J. Thompson end Son, 
Oklahoma City, Cklahoma, for building 84.90 miles of line to serve 120 members. 
The successful bid was $23,736.10. 


OKLAHOMA 15 TILLMAN: The Southwest Rural Electric Associetion, Inc., Pinton, 
Oklahoma (Tom Moran, Supt., and Midwestern Engineering and Construction Co., 

Tulse, Oklehome, Engineer) hes awarded 2 contract to Jack Briscoe, 414 E. llth 
Avenue, Stillwater, Oklehome, for building 45.71 miles of line to serve 68 members. 
The successful bid was $29,633.76, ir - 


PENNSYLVANIA 24 BEDFORD: The Bedfore Rural Electric Cooperative, Inc., Bedford, 
Pennsylvania (Walter W. Messerell, Supt., end Gibbs en¢ Hill, Inc., Room 401, 
Pennsylvania Station, New York, N. Y., Engineer) hes ewarded a contract to W. Floyd 
Bush, Martinsburg, Pennsylvanie, for building 48.1 miles of line to serve 100 
members. The successful bid was $35,933.47. 


SOUTH CAROLINA 27 MARLBORO; The Marlboro Electric Cooperetive, Inc., Bennettsville, 
De Coe Miter, Ssupt., anc J. B. McCrary Engineering Corp., 22 Marietta 
Street Building, Atlanta, Georgia, Engineer) hee awarded a contract to Wheatley 

end Mobley, Augusta, Georgie, for building 74 miles of line to serve 216 members. 
The successful bid wes $41,930.35. 


TENNESSEE 17 BOLIVAR PUBLIC: The City of Eolivar, Tennessee (hey Bleck, Mayor, 
and J. B. McCrary Engineering Corp., Atlanta, Georgie, Engineer) hes ewarded a 
contrect to the Volz Construction Co., Ripley, Tennessee, for building 23.8 miles 
of line to serve 64 members. The successful bid wes $16,646.01. 


TENNESSEE 46 WARREN: The Caney Fork Electric Cooperative, McMinnville, Tennessee 
(D. P. Henegar, Supt., and J. B. McCrary Engineering Corp., Engineer) hes awerded 

a contract to W. &. Smith, 215 Heyburn Building, Louisville, Kentucky, for building 
512.5 miles of line to serve 1,773 membere. The successful bid was $349,230.37. 


TENNESSEE 48 LAUDERDALE: The Forkee@ Deer Electric Cooperative, Inc., Halls, Tenn., 
(John L. Taylor, Supt., and J. B. McCrery Engineering Corp., Engineer) has awarded 
e contract to L. 0. Brayton and Co., Dyersburg, Tennessee, for building 370 miles 
of line to serve 1,192 members. The successful bic wes eeos , 081.93. 


TENNESSEE 49 FAYETTE; The Chickesaw Electric Cooperative, Inc., Somerville, Tenn., 
(C. T. McNamee, Supt., and J, B. McCrary Engineering Corp., Engineer) has ewarded 
a contract to the Volz Construction Co., Ripley, Tennessee, for building 185 miles 


of line to serve 520 members. The successful bid wes $121,856. 514 


TEXAS 40 BOWIE: The Bowie-Cass Electric Cooperative, Inc., Douglessville, Texas 

(D. B. Lancaster, Supt., and H, B. Gieb and Co.4 1207. Texas-Bank Building, Dallas, 
Texas, Engineer) has awarded a contract to L. 0. Brayton and Co., Dyersburg, Tenn., 
for building 155 miles of line to serve 394 members. The successful bid wes $76,100, 


a eee 


TEXAS 55 FLOYD: The Floyd County Rural Electric Cooperative, Inc., Floydeda, 

Texas (L. W. Chapman, Supt., and H. N. Roberts, 2415 - 20th Street, Lubbock, Texas, 
Engineer) has awarded « contract to the Reinhart and Donovan Company, 804 Commerce 
Exchange Building, Oklahoma City, Oklehome, for building 46.6 miles of line to 
serve 74 members. The successful bid was $26,221.68. 


TEXAS 95 MEDINA: The Medina Electric Cooperative, Inc., Hondo, Texas (T. E, 
Bredtheuer, Supt., and J. W. Baretta Mngineers, Inc., 1205 National Bank of 
Commerce Building, San* Antonio, Texas, Engineer) has ewarded a contract to the 
Uvalde Construction Co., 921 Sante Fe Building, Dalles, Texes, for building 
158.8 miles of line to serve 290 members. The successful bid was $81,661.16. 


TEXAS 101 PaARKER; The Tri-County Electric Cooperative, Inc., Azle, Texas (M. H. 
Skidmore, Supt., and Freese and Nichols, 407 Capps Building, Fort Worth, Texes, 
Engineer) has ewarded « contrect to the Ainsworth Construction Co., Dallas, Texas, 
for building 190.1 miles of line to serve 357 members. The successful bid was 
$93,244.78, 


TEXAS 104 MITCHELL: The Lone Wolf Electric Cooperative, Inc., Colorado City, Tex., 
(O. I. Griffin, Supt., and Midwestern Engineering and Construction Co., 307 Drew 
Building, Tulsa, Oklehoma, Engineer) has awarded a contract to J. E. Morgan and 
Sons, 313 Professional Building, Waco, Texas, for building 88.8 miles of line to 
serve 162 members. The successful bid was $46,880.61. 


TEXAS 121 BRAZOS: The Brazos River Transmission Electric Cooperative, Inc., 

Itasta, Texas (H. B. Gieb and Co., 1207 Texas Bank Building, Dellas, Texas, Engineer) 
has awarded a contract to F. A. Goll Co., 4934 West State, Milwaukee, Wisconsin, 

for building 293 miles of line. The successful bid was $476,650.29. 


VIRGINIA 35 MADISON: The Northern Piedmont Electric Cooperative, Culpeper, Va., 
(1. 4. Jeffries, Supt., and Welles Engineering Co., Front Royal, Virginie, 
Engineer) hes awerded a contract to the Miller-Baxter Co., Inc., Indianapolis, 
Indiana, for building 160 miles of line to serve 246 members. The successful bid 
‘was $102,650.34. 


WaSHINGTON 37 LINCOLN: The Lincoln Electric Cooperative, Inc., Davenport, Wash., 
(H. a. Sewell, Devenport, Washington, Engineer) hes awarded e contract to Max J. 
Kuney Company, 418 Hutton Building, Spokane, Washington, for building 57 miles of 
line.. The. successful bid was $108,950.60. 
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‘ wae DEPARTMENT OF AGRICULTURE 
E RURAL eit TION ALMINISTRATION 
CONSTRUCTION REFORT NO. 69 | WSaRepsOvedt SAzricuture | 
This merous announces construction contracts approved between June 24 
and July 2 2 4 “Ty 13 94): | d 


eo «Sa The Stonewall Electric Company, 81 N. Stone Avenue, Tucson, 
Arizona, (M. A. Pooler, Manager, and R. V. Sanford, Tucson Gas, Hlectric Light 
ang Power Co., Tucson, Arizona, Engineer) has awarded a contract to the Vancott 
Company, 5024 W. Washington Bl TOs, wos Angeles, California, for building Kale py ay 
miles of line to serve 42 members. The successiul bid was $A. LeGedl 


ARKANSAS 26 FULTON: The North Arkansas Electr “ic Cooperative, Inc., Viola, Arkansas 
(EB. D. Chapin, Manager, and Midwestern Eng sineering and Construction Coy Sor 

Drew Building, Tulsa, Oxlahoma, Engineer) has awarded a contract to trie ler es 
Electric Company, 311 Main Street, Little Rock, aguneaa" for building 177.7 miles 
of line to serve 351 members. The suc cessful bid was $127,422.07. 


ARKANSAS 27 OUACHITA: The Cunchita Rural Blectric Cooperative Corporation, 

Camden Arkansas, (William R. Poote, Supt., aad Midwestern Engineering and Con- 
étruction Cos, En igineer) has awarded a contract to the Delta “Construction Company, 
Clarksdale, Mississippi, for building 133.48 miles of line’ to serve 281 members. 


The successful bid was $85,049.17. 


ARKANSAS 32 BENTON: The Kamo Electric Cooperative, Inc., Vinita, Oklahoma, 
(Midwestern Engineering and Const ruction Co., Tulsa, Oklahoma, ir ngineer) has 
awarded contracts to the Cater Construction Co., Tulsa, Oklahoma, for building 


52 miles of transmission lines; to the Walco Engineering md Construction Co., 
Talsa, Oklahoma, for building 107 miles of transmission lines; tothe, Kiliore: 
Electric Company, Appleton, Wisconsin, for building 194 miles of transmission 
lines. The successful bids were 563,880, $51,900 and $118,090, respectively. 


fb 


Lectric Association, Holyoke, Colorado, 
(T. G. Puryear, Supt., and Ro ain erneutias Co., 1554 California 5St., 
Denver, Colorado, Ingineer) has awarded a contract to Snyder and Johnson, THis 
Humboldt, Iowa, for building 194.88 miles of line to serve 261 members. The 
successful bid was $728,161.65. 


COLORADO 29 PHILLIPS: The High Line 
Oe en “ 


ic 


ILLINOIS 48 CLAY: The Clay Electric Cooperative, Inc., Moray leernois, (Michael 
Drazen and Associates, 4903 Delmar Boulevard, St. Louis, Missouri, Tale has 
awarded a contract to the Cater Gonstruction Co., P. 0. Box 91, Blue Springs, 
Missouri, for building 289 miles of line to serve 605 members. The suctessrul 


bid was $203,613.23. 


INDIANA 8 WABASE: The Wabash one REMC, Wabash, Indiana (G. Gordon Downey, Supt., 
and aad Bevineton-WilLiams, Inc., 740-739 Pythian Building, Indianapolis, Indiana, 
Engineer) has awarded a iano to the Contracting and Material Co., 1235 Dodge 
Avenue, Evanston, Illinois, for building 36.5 miles of line to serve 103 members. 


The successful bid was 56, O(deace 


INDIANA 29 FULTON: The Fulton County REMC, Rochester, Indiana (Ralph L. Murray, 

Supt., and Bevington-Wiliiams, Inc., Indianapolis, Indiana, Engineer) has awarded 
a contract to the Contracting and Material Co., Evanston, Illinois, for building 

24.8 miles of line to serve 66 members. The successful bid was $17, 7620666 


ea 


KENTUCKY 3 JACKSON: The Jackson Covnty Rural Electric Cooperative Corporation, 
McKee, Kentucky (J. C. Roby, Supt., and Pat M. Sullivan, Gallatin, Tennessee, 
Engineer) has awerded a contrect to W. A. Smith, Heyburn Building, Louisville, ; 
Kentucky, for building 144 miles of line to serve 482 members. The successful bid 
wes $103,007.82, 


LOUTSIANA 9 LAFAYETTE: The Southwest Louisiana Electric Membership Corporation, 
lafayette, Louisiana (U. J. Gajan, Lafayette, Louisiana, Engineer) has awarded a 
contract to L. 0. Brayton and Co., Dyersburg, Tennessee, for building 58 miles 


of line to serve 150 members. The successful did was $34,866.75. 


LOUISIANA 17 CLAIBORNE: The Claiborne Electric Cooperative, Inc., Homer, Louisiana 
(TI, E. Stevenson, Supt., and Ray W. Chanaberry, 1001 Realty Building, Louisville, 
Kentucky, Engineer) has awarded a contract to the Delta Construction Co., . 
Clarksdale, Mississippi, for building 122 miles of line to serve 290 members. 

The successful bid was $69,667.59. 


MAINE 12 WASHINGTON: The Denny's River Electric Cooperetive, Inc., Meddybemps, 
Maine (Ralph Hatton, Supt., and J. R. Worcester and Co., 79 Milk Street, Boston, 
Massachusetts, Engineer) has awarded a contract to the Miller~Baxter Compeny, Inc., 
445 N. Pennsylvania Street, Indianepolis, Indiana, for building 98 miles of line 
to serve 260 members. The successful bid was $89,408.35, 


MINNESOTA 89 PINE: The North Pine Electric Cooperative, Inc., Finlayson, Minn., 
(Howard L. Shaw, Supt., and United Engineering Service, 1406 West Lake Street, 
Minneapolis, Minnesota, Engineer) has awarded a contract to Franzen Brothers, 
Palisade, Minnesota, for building 49,70 miles of line to serve 94 members. The 
successful bid was $30,645.19, 


MISSISSIPPI 23 COPIAH: The Southwest Mississippi Electric Power Association, 
Lorman, Mississippi (J. R. Miller, Supt., end Bowmen end Bowmen, Greenwood, 
Mississippi, Engineer) has awarded a contract to the Smith Construction Co., 

Box 66, Nashville, Tennessee, for building 124 miles of line to serve 388 members. 
The successful bid was $70,283.54, 


MISSISSIPPI 36 MsRION: The Pearl River Valley Electric Power Association, 
Columbia, Mississippi (C. M. Crews, Supt., and J. E. Willcutt, Columbia, Miss., 
Engineer) has awarded a contract to Stuart C. Irby, Jackson, Mississippi, for 
building 109 miles of line to serve 218 members. The successful bid wes $60, 1855, 


MISSOURI 24 CALLAWAY: The Callaway County Electrical Cooperative Association, 
Fulton, Missouri (Raymond A, Walker, Supt., and the Midwestern Engineering and 
Construction Co., 307 Drew Building, Tulse, Oklahome, Engineer) has awarded a 
contract to the S and F Construction Co., 310 Ohio avenue, Holton, Kansas, for 
building 66.72 miles of line to serve 124 members. The successful bid was 
$51,814.27. . 


MISSOURI 38 REYNOLDS: The Black River Electric Cooperative, Ironton, Missouri 
(Kay Brown, Supt., end Frank Horton and Co., Lamar, Missouri, Engineer) has 
ewarded a contract to Henry Jaeger, 8532 West Schlinger Avenue, West Allis, 
Wisconsin, for building 224 miles of line to serve 481 members. The successful 


bid wes $171,986.43. 


fal ee 


~~ WEBRASKS 59 BUTLER DISTRICT PUBLIC: The Butler-County Rural. Public Power District, °. 
David City, Nebraska (Lester Truesell, Manager, and Jesse C. Geiger, 11 Whitmoyer 
Apt., Columbus, Nebraska, Fngineer) has awarded a contract to the Elkhorn Con— 
struction Co., Norfolk, Nebraska, for building 41.5 miles of line to serve 59 
members. The successful bid was $26,204.07. 


NEBRASKA 64 YORK DISTRICT PUBLIC: The York County Rural Public Power District, 
York, Nebraska (Howard C. Slonecker, Supt., and H. H. Henningson, 626 Standard 
Oil Co. Building, Omaha, Nebraska, Engineer) hes awarded a contract to the Wright 
and Son Construction Co., Hebron, Nebraska, for building 34.72 mL.es ot ling to 
serve 51 members. The successful bid was $24,565.25. 


NEBRASKA 66 NEBRASKA DISTRICT PUBLIC: The Northeast Nebraska Hurel Public Power 
District, Emerson, Nebraska (Arthur J. Budwig, Supt-, ond H. H. Henningson, Engineer) 
has awarded a contract to Jenson and Krage, 209 Wright building, Sioux City, Iowa, 
for building 159.68 miles of line to serve 279 members. The successful bid was 
$106,799.65. 


NEW MEXICO 13S. E.: The Stonewall Electric Co., Albuquerque, New Mexico (Arthur 
Prager, Managezp,.and Ey Tl.Archer and Co., New England Building, Kansas City, 
Kansas, Engineer) has avarded a contract to Richards an Mullinix, 1401 N. W. Sth 
Street, Oklahoma City, Oklahoma, for building 521.895 miles of line to serve 492 
members. The successful bid was $189,323.29. 


NORTH DAKOTA 13 FOSTER: The Tri-County Electric Cooperative, Inc., Glenfield, 
North Dakota (L. H. Shaw, Acting Supt., and Bllerbe end Company, H-1021 First 
National Bank Euilding, St. Paul, Minnesota, Engineer) has awarded a contract to 
the Sorkness Construction Co., Jamestown, North Dekota, for building 196 miles of 
line to serve 315 members. The successful bid was $128,521.47 


OHIO 56 LORAIN: The Lorain-Medina Rural Electric Cooperative, Inc., Wellington, 
Ohio (Harry Bovard, Supt., and Putnam and Woolpert, 132 N. Main St. « Dayton, Unidos 
Engineer) has awarded a contract to the Davis~Hydaker Company, Spencerville, Ohio, 
for building 82 miles of line to serve 229 members. The successful bid was 
$59,186.59. 


OREGON 18 EUGENE: The Lane County Electric Cooperative, Inc., Eugene, Oregon 
(Ronald W. Buford, Supt., and John W. Cunningham anc Associetes, 414 Spalding 
Building, Portland, Oregon, Engineer) has ewarded a contract to Wayman and 
Huenergard, 629 Park Building, Fortlend, Oregon, for building 36.7 miles of line 
to serve 222 members. The successful bid wes S60-p6Lb ae 0% 


PENNSYLVANIA 15 BRADFORD: The Claverack Electric Cooperative, Inc., Towanda, 
Pennsylvania (Clarence E. Jakway, Manager, and Gibbs end Hill, Pennsylvania Station, 
New York, Ny f, Engineer) has awerded a contract to the Donovan Contracting 0o., 
1725 Carroll Avenue, St. Paul, Minnesota, for building 174 miles of line to serve 
584 members. The successful bid was $129,303.30. 


SOUTH DAKOTA 16 GRANT: The Whetstone Valley Electric Association, Inc., Milbank, 
South Dakota (Banister Engineering Co., 1586 University Avenue, St. Paul, 
Minnesota, Engineer) has awarded a contract to Zontelli Brothers, Ironton, 
Minnesota, for building 189.7 miles of line to serve 277 members. The successful 


bid was, $115,368.97. 


BES wall. 


TENNESSEE 9 MACON; The Tri-County Electric Membership Corporation, Lafayette, 
Tennessee (Will H. Sullivan, Supt., and Pat M. Sullivan, Gallatin, Tennessee, 
Engineer) has awerded a contract to the F. W. Owens Coz, 119 Ne Sth streets 
Louisville, Kentucky, for building 72 miles of line to serve 313 members. The 
successful bid was $55,953.73. 


TENNESSEE 19 RUTHERFORD: The Middle Tennessee Electric Membership Corporation, 
Murfreesboro, Tennessee (W. W.. McMaster, Supt., and Pat M. Sulliven, Engineer) 
has awarded « contract to F. W. Owens Co., for building 66.5 miles of line to 
serve 204 members. The successful bid was $52,877.65. 


TENNESSEE 25 JACKSON: The Upper Cumberland Electric Membership Corporation, 
Carthage, Tennessee (W. B. Landers, Supt., end Pat M. Sulliven, Engineer) has 
awarded a contract to Roy Richards, Carrollton, Georgia, for building 100 miles 
of line to serve 405 members. The successful bid wes $77,160.31. 


TEXAS 4] PANOLA: The Panola~Harrison Electric Cooperetive, Inc., Elystan Fields, 
Texas (K. A. Crawford, Supt., and Freese and Nichols, 407 Cepps Building, Fort 
Worth, Texas, Engineer) has awarded a contract to L. 0. Erayton and Co., Dyersburg, 
Tennessee, for building 101.7 miles of line to serve 198 members. The successful 
bid was $57,428.91, 3 | 


TEXAS 61 COLEMAN: The Coleman County Electric Cooperative, Inc., Coleman, Texas 
ee Hale, Supt., and Freese and Nichols, 407 Cepps Bldg., Fort Worth, Texas, 
Engineer) has awarded « contract to the Walco Engineering and Construction Co., 
2408 Hast 4th Place, Tulsa, Cklehoma, for building 84.4 miles of line to serve 
{56 members. The successful bid was $42,910.58. 


TEXAS 107 MARTIN: The Cap Kock Electric Cooperative, Inc., Big Spring, Texas 
(Orval B. Bryan, Supt., and Price and Hawk, Lubbock, Texas, Engineer) has ewarded 
a contract to the McClure Electric Company, 808 N. Good Street, Dallas, Texas, 
for building 27.5 miles of line to serve 38 members. The successful bid was 

MLO Clon ae 


TEXAS 121 BRAZOS: The Brezos River Transmission Electric Cooperative, Inc., 

4613 Camp Bowie Boulevard, Fort Worth, Texas (H. B. Gieb and Co., 1207 Texas Bank 
Building, Dallas, Texes, Engineer) has ewerded a contract to the Taylor Construction 
Co., Box 648, Taylor, Texas, for building 320 miles of transmission lines.- ‘The 
successful bid was $567,376.14. 


VIRGINIA 39 NORTHAMPTON; The Accomack Northampton Electric Cooperative, Parksley, 
Viteinie, (We B. Irby, Irs, supt., and Welles Engineering Co., Front Hoyal, Va., 
Engineer) has awarded a contrect to the Rockingham Construction Co., Inc., 
Harrisonburg, Virginia, for building 293 miles of line to serve 1,216 members. 
The successful bid was $225,809.87. 


WaSHINGTON 18 SPOKANE: The Inland Empire Rural Electrification, Inc., 412 Hutton 
Building, Spokane, Washington (Victor P. Campbell, Supt., and Charles H. Shouse, 
416 Hutton Building, Spokene, Washington, Engineer) hes ewerded a contract to 

the Washington Asphalt Company, 309 West 39th Street, Seattle, Washington, for 
building 251.90 miles of line to serve 231 members. The successful bid was 
$156 , 344.50. 


ee ae 


WISCONSIN 35 RICHLAND: The Richland Cooperative Electric Association, Richland 
Center, Wisconsin (Herbert H. Stofen, Supt., and Wisconsin Development Authority, 
Tenney Building, Madison, Wisconsin, Engineer) has awarded a contract to 

M. F. Hodge and Sons, Medford, Wisconsin, for building 2o miles of line to serve 
58 members. The successful bid was $17,256.65. 


WYOMING 9 UINTA: The Bridger Valley Electric Association, Inc., Mountain View, 
Wyoming (George W. Cordray, Supt., and H. S. Nixon, 219 Omaha Grain Exchange 
Building, Omaha, Nebraska, Engineer) has awarded a contract to the Nationel 
Construction Company, P. 0. Box 1392, Rapid City, South Dakota, for building 
42.8 miles of line to serve 74 members. The successful bid was $28,372.12. 
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P DEPARTMENT OF AGRICULTURE 
Lo J & RURAL ELECTRIFICATION ADMINISTRATION 
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CONSTRUCTION REPORT NO, 70 | 
Department of Agricuture | 


This bulletin announces construction contracts approved between July 30, 
1941 and August 16, 1941: 


ALABAMA 36 DeKALB: The Sand Mountain Electric Membership Corporation, Fort Payne, 
Alabama (M, C, Stewart, Supt., and Gordon Persons and Company, Ine. , 2005 
Montgomery Street, Mortgomery, Alabama, Engineer) has awarded a contract to the 
Smith Construction Conpany, Box 66, Nashville, Tennessee, for building 101, miles 
eo ine otaerre 494 smemberas The-successful” bidswas $107,527.80; 


ALABAMA 37 MORGAN: The Joe Wheeler Electric Membership Corporation, Decatur, 
Alabama (Lester CG. Brabson, Supt., and Francis and Haley, 334 Brown—Marx Building, 
Birmingham, Alabama, Engineer) has awarded a contract to Leo T, Barber, Moultrie, 
Georgia, for building 55,4 miles of line to serve 147 members. The successful 
Dido was o55,9S6711, 


LOUISIANA 20 CONCORDIA: The Concordia Blectric Cooperative, Inc., Ferriday, 
Louisiana (H, B, Gieb, 1907 Texas Bank Building, Dallas, Texas, Engineer) has 

awarded a contract to the Stuart C, Irby Company, 815 9. State Street, Jackson, 

Mississippi, for building 144 miles of line to serve 231 members, The successful 

bid was $85,719.35, . 

MAINE 13 HANCOCZ: The Union River Blectric Cooperative, Inc., Aurora, Maine 

ster and Co., 79 Milk Street, Boston, 

tract to The Dole Company, 61 Main 
s-of line to serve 300 members. The 
successful bid was $72,200.07. 


MICHIGAN 43 CHIPPEWA: The Cloverland Electric Cooperative, Sault Sainte Megie, 
Michigan (Harvey E, Kappahahn, Mgr., and J. and G, Daverman Company, 44 Porter 
Block, Grand Rapids, Michigan, Engineer) has awarded a contract to Honold and 
LaPage, Inc,, 815 Penn, Ave., Sheboygan, Michigan, for building 142.6 miles of 
line to serve 422 members, The successful bid was DELL Bie (ee O 6 


MINNESOTA 72 RENVILLE; The Renville-Sibley Cooperative Power Association, 
Fairfax, Minnesota (Ewald Schmechel, Acting Supt., and Ellerbe and Company, 
B-1020 First National Bank Building, St. Paul, Minnesota, Engineer) has awarded: 
a contract to the Acme Construction Company,' 317 N, Smith Ave., Dh. 2 aul, 
Minnesota, for building 74.5 miles of line to serve 164 members, The successful 
bid was $50,305,277. 


MISSOURI 41 PLATTE; The Platte-Clay Electric Cooperative, Ine. Platte City, 
Missouri (Howard Alexander, Acting Supt., and: E, T, Archer and Co., 609 New 
England Building, Kansas City, Missouri, Engineer) has awarded a contract to the 
Elkhorn Construction Co,, 200 South 7th Street, Norfolk, Nebraska, for building 
66.04 miles of line tn serve 128 members. The successful bid was $45 ,463.49,. 


NORTH CAROLINA 56 PAMLICO: The Pamlico—Beaufort Electric Membership Corporation, 
Grantsboro, North Carolina (H, M. Harris, Supt., and J, B, McCrary Engineering 
Corporation, 1408-22 Marietta Street Building, Atlanta, Georgia, Engineer) has 
awarded a contract te Mill and Marine Blectric, Inc., Gastonia, North Carolina 
for building 139.80 miles of line to serve 351 members. The successful bid was 
$106,063.56, 
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NORTH DAKOTA 21 SARGENT: The R.S.R. Electric Coopnerative, Inc., Milnor, North 
Dakota (Banister Engineering Company, 1586 University Avenue, St. Paul, Minnesota, 
Engineer) has awarded a contract to Carl Swedberg, Wheaton, Minnesota, for building 
178.5 miles of line to serve 296 members, The successful bid was $113,804.35, 


OHIO 29 PIKE: The Inter—County Rural Electric Cooperative, Inc., Hillsboro, Ohio 
(Harry E. Carter, Supt., and Putnan and Woolpert, 132 North Main Street, Dayton, 
Ohio, Engineer) has awarded a contract to the D & W Construction Company, 2119 
Cleveland Avenue, Columbus, Ohio, for building 47 miles of line to serve led 
members. The successful bid was $34,841.65. 


OHLO 39 PAULDING: The Paulding-Putnam Electric Cooperative, Inc., Paulding, Ohio 
(Herbert K. Monroe, Supt., and Putnam and Woolpert, Dayton, Ohio, Engineer} has 
awarded a contract to the Miami Construction Company, 515-517 Callahan building, 
Dayton, Ohio, for building 51 miles of line to serve 124 members, The successful 
bid was $34,932.42, , 


OHIO 65 FAIRFIELD: The South Central Rural Electric Cooperative, Inc,, Lancaster, 
Ohio (Darwin Kindler, Manager, and Gibbs and Hill, Inc., 600 N, Second Street, 
Harrisburg, Pennsylvania, Engineer) has awarded a contract to the W,. R, Cutnaw 
Company, 8 East Long Street, Columbvs, Ohio, for building 57,65 miles of line to 
serve 215 members. The successful bid was $43,295.90, 


OREGON 4 LINCOLN: The Benton-Lincoln Electric Cooperative, Ince, ,Georvartis: 
Oreson (Guy Thonas, Supt., and Jchn.W, Cunningham and Associates, 1112 Spalding 
Building, Portland, Oregon, Engineer) has awarded a contract to Max J, Kuney 
Company, 418 Hutton Building, Spokane, Washington, for puilding 203.4 miles of 
line to serve 403 members, The successful bid was $199,909,80, 


ENNESSEE 51 JOHNSON: The Mountain Electric Cooperative, Mountain City, Tennessee 
(B, O. Vannort, 109 West Third Street, Charlotte, North Carolina, Engineer) has 
awarded a contract to the Miller~Baxter Co., Inc., 445 N, Pennsylvania, Indianapolis 
Indiana, for building 120 miles of line. to serve 480 members, The successful bid 
was $106,843, 33, 


TEXAS 115 GRIMES: The Mid-South Cooperative, Inc,, Navosota, Texas (Ripley S. 
Greenhaw, Supt,, and Beavers and Lodal, 1411 Smith Young Tower, San Antonio, 
Texas, Engineer) has awarded a contract to the Taylor Construction Company, 
Box 648, Taylor, Texas, for building 136 miles of line to serve 238 members, 
The successful bid was $76,985.40, 


VERMONT 7% ORLEANS: The Vermont Electric Cooperative, Inc,, Eden Mills, Vermont 
(Harry D. Bowman, Supt,, and Walter N, Cook, P. 0, Box 578, Newport, Vermont, 
Engineer) has awarded a contract to the Donovan Contracting Company, 1725 Carroll 
Avenue, St. Paul, Minnesota, for building 50 miles of line to serve 101 members. 
The successful bid was $38,537.71, 


WASHINGTON 20 COLUMBIA; The Columbia County Rural Electric Association, I Gage 
Dayton, Washington (Oakley A, Kendall, Supt., and Preston L, Adkins, Box 358, 

The Dalles, Oregon, Engineer) has awarded a contract to the Union Electric Company, 
Box 222, Manette, Washington, for building 77 miles of line to serve 77 members. 
The successful bid was $56,703,48, * powers 


mt oleate 


WASHINGTON 36 ADAMS: The Big Bend Electric Cooperative, Inc., Ritzville, 
Washington (Harry H. Hudlow, Supt., and Inland Engineers, Ritzville, or 
Davenport, Washington, Engineer) has awarded a contract to Roy L, Blair, 1220 
West Ida Avenue, Spokane, Washington, for building 48 miles of line to serve dl 
members, The successful bid was $30,146.20, 


WEST VIRGINIA 10 HARRISON; The Harrison Rural Electrification Association, Inc., 
Clarksburg, West Virginia (Roy EB. Cork, Supt., and Gibbs and Hill, Inc., 600 N, 
Second Street, Harrisburg, Pennsylvania, Engineer) has awarded a contract to the 
O'Rourke Blectric Service, Mt. Vernon, Qhio, for building 95 miles of line to 
serve 290 members, The successful bid was $73,675.19, 


WISCONSIN 60 WAUSHARA: The Waushara County Electric Cooperative, Inc., Wautoma, 
Wisconsin (Edward BE, Stickney, Supt., and Wisconsin Development Authority, 602 
Tenney Buildinz, Madison, Wisconsin, Engineer) has awarded a contract to G, A. 
Ferguson, Crandon, Wisconsin, for buildine 307,75 miles of line to serve 484 


members, The successful bid. was $186,157.98, 
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Onl. DEPARTMENT OF AGRICULTURE 
= RURAL ELECTRIFICATION ADMINIST 


CONSTRUCTION REPORT NO, 71 PTEMBER.29, 1941 


This bulletin announces construction contracts approved between August 11 
and September 24, 1941: 


ALABAMA 35 JACKSON: The’ North Alabama Electric Cooperative, Stevenson, Alabama 
(J. H, Lillard, Supt., and Gorden Persons and Co., Montgomery, Alabama, Engineer) 
has awarded a contract to Roy Richards, Carrollton, Georgia, for building 103.6 
miles of line to serve 291 members. The successful bid was $114,526.38. 


ARKANSAS 29 CLARK: The South Central Arkansas Electric Cooperative, Inc., 
Arkedelphia, Arkansas (Midwestern Engineering and Construction Co., 307 Drew 
Building, Tulsa, Oklahoma, Engineer) has awarded a contract to the Walco 
Engineering and Construction Co., 2408 East 4th Street, Tulsa, Oklahoma, for 
building 104 miles of line to serve 219 members. The successful bid was 379,126.55, 


ILLINOIS 34 JACKSON: The Egyptian Electric Cooperative Association, Inc., 
Steeleville, Illinois (Theodore F. Fieker, Supt., and Stanley Engineering Co., 
Muscatine, Iowa, Engineer) has awarded a contract to the Donovan Contracting Co., 
i725 Carroll Avenue, St. Paul,-Minnesota, for building 369.2 miles of line to 
serve 661 members. The successful bid was $297,089.16. 


ILLINOIS 43 PULASKI: The Southern Illinois Electric Cooperative, Dongola, Illinois, 
(George W. Endicott, Manager, and Stanley Engineering Co., Muscatine, Iowa, 
Engineer) has awarded a contract to the Donovan Contracting Cons, Sty. 0a, 
Minnesote, for building 49.1 miles of line to serve 100 members. The successful 
bid was $37,370.48. 


MICHIGAN 26 INGHAM: The Tri-County Electric Cooperative, Portland, Michigan 
(Dolph H, Wolf, Sunt., and J and G. Daverman, 44 Porter Block, Grand Rapids, 
Michigan, Engineer) has awarded a contract to Fred R. Harris, Jackson, Michigan, 
for building 48 miles of line to serve 134 members, The successful bid was 
634,651.53. 


MISSISSIPPI 40 SMITH: The Southern Pine Hlectric Power Association, Taylorsville, 
Mississippi (H. L. Pickering, Supt., and Bowman and Bowman, Greenwood, Miss., 
Engineer) has awarded a contract to the Delta Construction Co., Clarksdale, Miss., 
for building 433 miles of line to serve 1,674 members. The successful bid was 
$276,801.02. 


OHIO 71 LOGAN; The Logan County Cooperative P and L Association, Inc., 
Bellefontaine, Ohio (Putnam and Woolpert, 132 N. Main Strect, Dayton, Ohio, 
Engineer) has awarded a contract to the Kelso-Wagner Company, 134 West Second 
Street, Dayton, Ohio, for ‘*building 82 miles of line to serve 225 members, The 
successful bid was 362,546.80. 


SOUTH DAKOTA 11 PENNINGTON; The West River Blectric Ass'n, Inc., Wall, South 
Dakota (Neil Rounds, Supt., and Walter Walkling, 1110 St. Cloud Street, Rapid City, 
South Dakota, Engineer) hes awarded to the Langford Electric Co., Inc., 706-712 
Metropolitan Life Building, Minneapolis, Minnesota, a contract for building 

171.9 miles of line to serve 315 members, The successful bid was 5114,004.10. 
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TEXAS 77 JOHNSON: The Johnson County Electric Cooperative Association, Cleburne, 
Texas (T. W. Bailey, Supt., and Texas Engineering Co., 110 East 10th Street, 
Austin, Texas, Engineer) has awarded a contract to the McClure Electric COs, 

808 Good Street, Dallas, Texas, for building 129 miles of line to serve 211 
members. The successful bid was $76,735.79. 


TEXAS 92 BANDERA: The Bandera Electric Cooperative, Inc., Bandera, Texas (W. W. 
Cardwell, Supt., and Texas Engineering Co., 110 East 10th Street, Austin, Texas, 
Engineer) has awarded a contract to Zanes Freight Agency, 1500 S. Preston St., 
Dallas, Texas, for building 300 miles of line to serve 346 members. The success- 
ful bid was $169,294.59. 


TEXAS 98 YOUNG: The Fort Belknap Electric Cooperative, Inc., Olney, Texas 
(Thomas H. Wilkinson, Supt., and Joe E. Ward, 545 Harvey-Snider Building, 
Wichita Falls, Texas, Engineer) has awarded a contract to the Reinhart and 
Donovan Company, 804 Commerce Exchange Building, Oklahoma City, Oklahoma, for 
building 205.47 miles of line to serve 292 members. The successful bid was 
$103,123.28. 


VIRGINIA 41 PRINCE WILLIAM: The Prince William Electric Cooperative, Manassas, 
Virginia (John Y. Roseberry, Supt., and Welles Engineering Co., Front Royal, 
Virginia, Engineer) has awarded a contract to G. E. Barrow, Blackstone, Virginia 
for building 207.5 miles of line to serve 470 members. The successful bid was 
$154,187.20. 
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CONSTRUCTION REPORT NO, 72 OCTOR: 
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This bulletin announces construction contracts annroyed between 
October 2 anc October 24, 1°41: saueeineemene 
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ALABAMA 39 LAMAR: The Tombiebee Electric Cooperative, Sulligent, Alabama 

(Ora EH. Beasley, Supt., and Gordon Persons and Comoany, Montgomery, Alaoama, 
Engineer) has awarded a contract to the Stuart 0. Irby Co., Jackson, NMissisippi, 
to build 450.6 miles of line to serve 1,081 members. The successful did was 
$270,203.98. 


GEORGIA 35 WALTON: The Walton Electric Nembershin Corvoration, Monroe, Georgia 
(John L, Snow, Supt., and J. B. MeCrary Enzineering Corvoration, 1408- 32 Marietta 
Street Suildinz, Atlanta, Georgia, Engineer) has awarded a contract to the Shely 
Construction Go., ge Oa Box 398, Tee aton, Kentucky, for building 160 miles of 
line to serve 584 members. The successful bid was $117,802.24. 


IOWA 57 MITCHELL: The Co-Overative Zlectric 
(Louis J. Vandermyde, ce and Stanley Sngi: 
Engineer) has awarded a ntract to the “Boer ha 
Iowa, for building 147.5. Eee of line to se 
was $103,146.01. 


ompany of Osage, £3. Ansger, Iowa 
1eering Co., Muscatine, Iowa, 
rd Construction Co., Guttenberg, 


> 
2) 


26% memoers. The successful bid 


IOWA 59 WOODBURY: The Yoodbury County Rural Slectric Cooverative Association, 
Moville, Iowa (Dele Schriener, Suot., and Buel] and “Vinter Engines ee GBs, 
508 Insurance Exchange Building, Sioux City, Iowe, Engin 1eer) hes awarded a 
contract to the Evans Sons Eruction Co. ae Iowa, for building 151 miles of 


x 
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line to serve 258 members, The successful dic was 104,222.44. 


IOWA 60 EMMET-DICKINSON: The D.E.K. Rural Slectric OCB ek as Estherville, Iowa 
(8B. B. Shreck, Supt., and Stanley Enzineering Co., iuscatine, Iowa, Engineer) 

has awarded a contract to K,. T. lMcHuzo 30 Park apes Wankato, Minnesota, for 
building 131.3 miles of line to serve 718 members. The successful bid was 
$91,122.49. 


IOWA 74 ALLANAKES: The Allamaxee-Clay 
Iowa (Kermit M, James, Supt., and K. 2. 
Towa, Engineer) has eee a contract to 
and Ingersoll Avenue, Des Noines, Iowa, fo 
790 members, ‘The successé Pul bid was 3346 


ic Cooperative, Inc,, Fostville, 
wn, Valley Bank Building, Des Moines, 

oak Construction Co., 6éard Street 
ldine 439.4 miles of line to serve 
8 
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MINNESOTA 87 MARSHALL: The P.K.H. Blectric Cooperative, Inc., Warren, liinnesota 
(O. J. Overmoen, Coorcinator, anc. C. J. Hastad, Halstad, Minnesota, Engineer) 
has awarded a contract to Mezarry Brothers, St. Cloud, Minnesota, for ouilding 
359 miles of line to serve 641 members. The successful bid was 9226, 843,43, 


MISSISSIPPI 24 LAFAY=TTE: The Northeast Mississipol Electric Fower Association, 
Oxford, Mississinvpi (F, R, Tillman, Supt., and Allen and Hoshall, 66 licCall 

Place, Nemphis, Tennessee conineey) hae awarded a contract to the Griffin Blectric 
Company, 225 St. Ann Street, Owensboro, Kentucky, for building 60 miles of line 

to serve 218 members. The successful bid was 545, 556,96, 
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4ISSISSIPPI 34 LOFLORE: The Delta Blectric Power Association, Greenwood, Miss., 
(L. ©. Svencer, Supt., and Bowman and Bowman, Greenwood, Miss., Eng pieus has awarded 


a contract to the Delta Construction Co., Clarksdale, Miss., for tuilding 208 miles 
of line to serve 830 members. The successful bid was *193,839.79. 


= 3 ALAMO DISTRICT PUBLIC: The Alamo Power District No. 3, Alamo, Nevada 

‘J. H. Buehler, Pioche, Nevada, Eneineer) has awarded a contract to the Lincoln 
sounty Power District No. 1, Pioche, Nevads, for building 27 miles of line to serve 
76 members. The successful bid was $21,729.55, 


OREGON 28 OAKLAND: The North Douglas Blectric Cooperative, Inc., Yoseours, Oregon 
(Robert L. Adams, Sunt., and Jokn *. Cunningham end Associates, 1112 Spalding Sidg., 
Portland, Orezon, Engineer) has awarded s contract to the Tri-State Construction Co., 
1812 N. E. 40th Avenue, Portland, Oregon, for building 42,3 miles of line. The 
successful bid was $129,965.41. 


SOUTH CAROLINA.40 HAMPTON: Ane Palmetto Dlectric Cooperative, Inc., Ridgeland, 5.0., 
(D. M. Baxter, Supt., and J. EB. McCrary Engineering Corp., Atlanta, Georgia, Engineer 
has awarded a contract to Wheatley and Mobley, 718 Reynolds St., Augusta, Georgia, 
for building 240 miles of line to serve 640. members. The successful bid was 

31645778 93. 


TEXAS 11. KAUFMAN: The Kaufman County Hlectric Cooperative, Inc.,. Kaufman,. Texas 

es McCullough, Supt., and Freese and Nichols, 407 Capys. Building, Fort Worth, 
Texas, Eng sineer) has awarded a contract to the Reinh: srt and Donovan Comnany, 804 

Commerce Exchange Building, Oklahoms City, Oklahoma, for buildine 11933 miles om 

line to serve 250 members, The successful bid was $68,974.61, 


TEXAS 38 HILL: The Hill County Electric Coonerative, Inc., Itasca, Texas (Ralph R, 
Bailey, Acting Supt., and Freese anc. Nichols, rt Worth, Texas, Engineer) has award- 
ed a comtract to Williams and Broughton, Inc., 5422 Mockingbird Lane,_Dallas, Texas, 
ee 53.9 miles of line to serve 116 members. The successful bid was 

Dae Ot. 


TRKAS 56 LUBBOCK:- The South Plains Electric Cooperative, Inc., Lubbock, Texas 

(W, @. Newton, Supt., and Midwestern Engineering and Comstruction Co., 307 Drew 
Building, Tulsa, Oklahoma, Engineer) has awarded a contract to the Walco. Engineer — 
ing and Construction Co., 2408 Hast 4th Place, Tulsa, Oklahoma, for building x 138.47 
miles of line to serve 298 members. The See bid was $d , 740. 


“TOKAS 60 LYNN: The Lyntezar Zlectric Cooperative, Inc., Tahoka, Texas (Garland L. 
Pennington, Mer., and Price and Hawk, Lubbock, Texas, Engineer) hes awarded a con- 
tract to Reinhart and Donovan Co., Oklahoma Oi ty, nia, for building 246 miles of 
line to serve 5234 members. The successful bid was $136,714.99. 


VERMONT 10 VINDHAM: The Halifax Electric Cooperative, Inc., Weet Halifax, Vermont 
(Walter M. Cook, Sunt., and Engineer) has awarded a conbract to the John Lucas Tree 
Expert Co., nc. 465 Congress St., Portland, Maine, for Quilding 70 miles of line 
to serve 127 members. The successful bid mae $73,659.03. 


WASHINGION 9 SAN JUAN: The Orcas Power and Light Company, Has tsound, “Yashington, 
(John EB. Harrison, Manager and W. S. McCrea, Jr., 241 Perkins Building, Tacoma, 
Washington, Soeaneet) has awarded a contract to the 0. A. Carlson Hlect ric Coy, 
2912 Second Avenue, Seattle, Washington, for building 67.9 miles of line to serve 
134 memoers. The puccessful bid was $88,306.01. 
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CONSTRUCTION RUPORT NO. 73 


his bulletin ennounces construction contracts envoroved be 
and oes vember 25, 1941: 


ARKANSAS 18 CARPOLL:. The Carroll Electric Cooverative Cornoration, Berryville, 
Arkansas (Paul F. hao 1a, Suot., and Midwestern Enzineering and Construction Co,, 
207 Drew Building, Tulsa, Oklahoma, Engineer) has awarded a contract to the Killoren 
Slectric Co,, 116 South Suverior Strest, Amleton, Wisconsin, for building 200.86 
miles of line to serve 614 members, The successful bid was %177,577.99. 


GaORGIA 22 COLGVITT: The Colouitt County Rural Slectric Comoanyv; Moultrie, Georzia, 
(J. BH. Halnert, Suoti., and 5. P. NeLean Unvineerine Co., 222 Commercial Building, 
Moultrie, Georzia, Enzineer) has awarded a contract to Roy Richards, Carrollton, 
Georzia, for vouildin= 9.5 miles of line.- ‘The successful bid was 565,252.66. 
GOUORGIA 24 CARROLL: The Carroll HZlectric Memvershiv Cornoration, Carrollton, Georgia 
(he Ge Fo oe ; are and J. B. iicOrary Enzineeringe Corvoration, 1408-22 larietta 
Street Buildine, Atlanta, Georgia, Eneineer) has awarded a contract to Roy Richards, 
Carrollton, Hae ERs for suilcing 180.9 miles of line to serve “70 members. The 
euccessiul vid wes 3132,191.46, 


GHORGIA 58 BUTTS; The Central Georzia Dlectric lemvershin Corvoration, Jackson, 
Georzia (Robert Armstrong, Supt, and J, 3B. NeCrary Enezineerine Cory., Atlanta, 
Georgia, Sn-ineer) has awarded a contrac# to the Alrich Slectric Construction Co., 
718 Reynolds Street, augusta, Georgia, for building 223 miles of line to serve 
469 memoers, The successful bid was °148,440.80. 


ILLINOIS 30 AD#''S: The Adems Electrical Cooverative, Camp Point, Illinois (Dean 
Searle, Sunt., end George D. Simoson and Co., 808 Forwaan Budldyne Syrinzfield, 
Illinois, onzineer) has awarded a contract to the C. A. Hooper Co., ledison, 
Wisconsin, for suildin- 215.3 miles of line to serve $72 members, The *successiul 
bid was $157, 604.98, 


ILLINOIS 38 NcLZAN: The Corn Belt Hlectric Cooverative, Inc., Sloomington, Illinois 
(T. H. Hafer, Supt,, end Georsze DP, Simoson and Co., Sor ingfield, Illinois, Bngineer) 
has awarded 8 contract to the Contracting anc Material Comnany, 1235 Dodge Ave., 
Evanston, Illinois, for buildine 135.7 miles of line to serve 260 members. The 
successful bid was °98,050,45. 


ILLINOIS 41 JSFFLRSON: The Tri-County Zlectric Coonerative, Inc. , Mt. Vernon; 
Tilinois (3. H. Tuttle, Suvnt., anc Micheel Drazen and Associates, 4904 Delmar Blvd. , 
Si, Leuis,<liiesouri, Engineer) hes awarded a contract to the Contracting and Material 
Co., 1235 Dod=e Avenue, Uvenston, Illinois, for building 274 miles of line to serve 
oll members. The successful bid was 3204,724.71, 


IOWA 28 POCSHONTAS:. The Pocehontas County Rural Blectric Coonerative, Focahontas, 
Iowe (George !i, Stockdsle, Sunt., and K, R. Brown, 803 Valley Bank Buildinz, Des 
Moines, lowe, Sn« ‘ineer) Mats Pade e contract to the Linnert Brothers Construction 
Co., Boone, Iowa, for ouilding 95 miles of line to serve 184 members, The success— 
ful hid was 565, 258.56, 


9767 


IOWA 40 MARION: The Pella Cooverative Electric Association, Pella, Iowa (K. R. 
Brown, 803 Valley Bank Building, Des lioines, Lowa, Znzineer) has averded @ con- 
tract to the Evans Construction Co, , marly; “bewac for building 67.3 miles of line 
to serve 118 members. The successful bid was $47,421.03, 


MISSOURI 42 CALDVELL: The Farmers! Hlectric Cooperative, Chillicothe, Missouri 
(Zrnest food; Supt., and Frank Horton and Co,, Lamar, Missouri, Engineer) has 
awarded a contract to the Dutton Electrical Co. Inc. 803204 West Schlinger Ave., 
west. Allis isconsin, for building 75 miles of oiws to serve 138 menbers, The 
success ful “oid was $54, 523.92. 


NEBRASKA 54 CUMING DISTRICT PUBLIC: - The Cuming County Rural Public Power District, 
West Point, Nebraska - (Lester ©. Selle entin, Suot., and H. H. Henningson, 625 Standard 
Oil Suiléinz, Omaha, Nebraska, Bneineer) hes avarded a contract to the Vasak Con~ 
struction Co., Crete, Tebraska, for building 23.85 miles of line to serve 47 members 
The successful bid was $17,791. ‘05, 


OREGON 18 SUGENE: The Lane County Hlectric Cooperative, Inc., Bugene, Oregon 
(Ronald Yayne Buford, Supt., and John W, Cunningham and Associates, 1112 Svalding 
Buildings, Portlend, Oregon, Engineer) has awarded a contract to Max J. Kuney Co., 
418 Hutton Buildins, Spokane, Washington, for building 375.3 miles of line to 
serve 1,475 members. The successful bid was $436,482.56. 


PaNNSYLVANIA 15 BRADFORD: The Claverack Blectric Cosperative, Inc., Towanda, Pa., 
(Clarence EB. Jakway, HNanazer, and Giobs and Hill, Inc., 600 N. Second Street, 
Harrisbure, feo ce Eneineer) has awarded a contract to the HNiller-Baxter 
Company, Inc., 4¢5 N. Pennsvivania St., Indienanolis, Indiana, for building 228 
miles of ae to serve 715 members. The successful bid was $186,652.02. 


SOUTH CAROLINA 41 YORK: The York County Hlectric Cooperative, Inc., Yoris, "oi Glen 
(J, B. MeCrary Engineering Corp., 1408-22 Mariette Street nideh, Atlanta, Georgia, 
Engineer) has awarded a contract to the Little Slectric Comnany, Union, S. C., 
for buildine 186.1 miles of line to serve 529 members, The successful bid was 


$127 , 004.423, 


TEXAS 55 FLOYD: The Floyd oo a Rural Electric Cooperative, Inc., Floydada, Texas 
(L. YW. Chapman, Supt., and #. - Roberts, 2415 - 20th Street, Lubbock, Texas, 
angineer) has deta a ied to the Retuneny and Donovan Company, 804 Commerce 
Exchange Building, Oklahoma City, kiehoma, for buildin 231{2 milesief 1aneere 
serve 384 members. The successful bid was $119,490.69. 


TEXAS 107 MARTIN: The Cap Rock Blectric Cooperative, Inc,, Big Snring, oe 
(Orval B. Bryan, Suvt., end Price and Hawk, P. 0. Boxal2 238, Lubbock, Tex 

Engineer) has awarded a contract to the Hedlure Slectric Couuany: 808 Sood Street, 
Dallas, aa for building 168 miles of line to serve 383 members, The successful 
bid was $91,844.63, 


TAXAS 118 HENDERSON; The New Bra Electric Cooverative, Inc., Athens, Texas (Beavers 
end Lodal, 1411 Smith Young Tower, San Antonio, Texas, Zngineer) has awarded a con- 
tract to the Reinhart and Donovan Company, 804 Commerce axchange Building, Oklahoma 
City, Oklahoma, for building 310 miles of. line to serve 571 members. The success- 
ful bid was $191 Peet a 


by 


UTAH 9 BEAVER: The Beover Valley Blectric Association, Beaver City, Utah (Rocky 
Mountain Engineering Company, 1554 California Street, Denver, Colorado, Engineer) 
has awarded a contract to the Beaver City Cornoration, Beaver City, Utah. or 


building 12.5 miles of line to serve 37 members, The successful bid was 
$8,647.89. 


WISCONSIN 48 AUPACA: The Vaupaca Electric Cooverative, Iola, Wisconsin (Hugh C, 
Patterson, Suvt., and Wisconsin Development Authority, 602 Tenney Building, 
Medison, ‘isconsin,. Engineer) has awarded a contract to C. A. Hooper, Madison, 
Wisconsin, for building 54.50 miles of line to serve 129 members, The successful 
bid was $40,659.43. 


WISCONSIN 63 BAYFIELD; The Bayfield Electric Cooperative, Inc., Iron River, 


Yisconsin (Arvid Ventela, Suvt., and Wisconsin Development Authority, Madison, 
9 v ? , 3 


Wisconsin, Engineer) has awarded a contract to the Hallett Construction Comoany, 
Crosby, Minnesota, for oduilding 246.40 miles of line to serve 465 members. The 
successful bid was %161,995.65, 
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CIb DEPARTMENT OF AGRICULTURE 
RURAL ELECTRIFICATION ADMINISTRATION 
CONSTRUCT EON EM OaT Osage a eS ; JANUARY 2, 1942 


This bulletin announces construction contracts approved between December 1, 1941 
and December 31, 1941: : 


GEORGIA 83 JACKSON: The Jackson Electric Membership Corporation, Jefferson, Georgie 
(Robert J. Kelly, Supt., and J. B. McCrary Engineering Corp., 1408-22 Mariette ‘St. 
Building, Atlanta, Georgia, Engineer) has awarded a contract to the Mont gonery 
Electric Co., 110-112 N, Perry Street, Montgomery, Alabama, for building 167 miles 
of line to serve 468 members. The successful bid was $110,615.13. : 


ILLINOIS 27 EDGAR: The Edgar Hlectric Cooverative Association, Paris, Illinsis 
(Wellece L, Walker, Supt., and Stenley Engineering Co., Muscatine, Iowa, Znzinecer) 
has awarded a contract to the White City Electric Company, 569 West Van Buren St., 
Chicago, Illinois, for building 291.3 miles of line to serve 554 members. The 
successful bid was $220,957.29, 


IOWA 30 FRANKLIN: The Franklin Rural Electric Cooperztive, Hampton, Iowa (Janes 
Morrow, Supt., and Buell anc Winter Engineering Co,, 508 Insurance Exchange 3ldz., 
Sioux je Towa, Engineer) has awarded a contract to Sandberg and Johnston 
Construction Co., Hampton, Iows, for buildinz 91 miles of line to serve 186. members. 
The successful bid was $65 , a aie 48, 


KENTUCKY 54 WAYNE: The South Kentucky Rurel Electric Cooperstive Corp., Somerset, 
Kentucky (F. D. Gregory, Supt., and Pat M. Sullivan, Gallatin, Tennessee, Engineer) 
has awarded a contract to W. A, Smith, 215 Heyburn Buildine, Louisville, Kentucky 
for building 333 miles of line to serve 801 members, The successful bid was 
$285,738. 


MISSISSIPPI 38 WARREN: The Capitol Electric Power Association, Clinton, Mississippi 
(Earl L, Phillips, Supt., and H, B. Gieb ond Associates, 1207 Texas Benk Building, 
Dalles, Texas, Engineer) has awarded a contract to the Stuart C. Irby Co., Jackson, 
Miss., for building 95 miles of line to serve 183 members, The successful bid 

was $57,687.16. 


MISSOURI 57 LINCOLN: The Cuivre River Hlectric Cooperative, Ine., Troy, Missouri 
(Michael Drazen and Associates, 4903 Delmar Boulevard, St. Louis, Missouri, Ensinecr) 
has awardéd a contract to the Miller-—Baxter Company, ae wy 445 W, Liosisorsbert sie Sty 
Indianapolis, Indiana, for building 465,5 miles of line to serve 698 members. The 
successful bid was $343,734.21. 


PENNSYLVANIA 14 CLEARFIELD: The Central Rural Hlectric Cooperative Ass'n, Inc., 
Clearfield, Pennsylvania (lL. H. Altenbure, Supt., and Gibbs and Hill, Ine,, 600 
North 2nd Street, Harrisbure, Pennsylvania, Enzineer) has awarded a contract to 
the D and W Construction Co., 2119 Clevelanc Avenue, Columbus, Ohio, for ouilcing 
131.45 miles of line to serve 462 members. The successful bid wes $117,443.11. 


PENNSYLVANIA 25 ADAMS: The Adans Electric Cooperative, Inc., Gettysburg, FPa., 
(Calvin A. Cluck, Supt., and Gibbs and Hill, Inc., Herrisburg, Pennsylvanie, 
Engineer) has awarded a contract to the Miller Construction Co., free. L9G8 
Martindale Avenue, Indianapolis, Indiana, for building 408 miles of line to serve 
964 members. The successful bid was $349,842.07. 
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TENNESSEE 9 MACON: The Tri-County Electric Membership Cornoration, LaFayette, 
Tennessee (Will H, Sullivan, Supt., anc Pat M, Sullivan, Gallatin, Tennessee, 
Engineer) has awarded a contract to R: H. Bouligny, Inc., 433 W. Morehead Street, 
Charlotte, North Carolina, for building 95.5 miles of line to serve 348 members. 
The successful bid wes $78,982.22. 


TEXAS 96 VICTORIA: The Victoria County Electric Cooperative Co., Victoria, Texas 
(S. W. Lanham, Supt., and Beavers and Lodal, Smith-Youns Tower, San Antonio, Texas, 
Engineer) has awarded a contract to the Taylor Construction Co., P. 0. Box 648, 
Taylor, Texas, for ouilding 100 miles of line to serve 177 members. The successful’ 
bic was $54,857, 


VIRGINIA 38 LOUDOUN: The Tri-County Blectric Cooperative, Leesburg, Virginia 

(J, A. Johnston, Supt.,.end B. 0. Vannort, 109 West Third Street, Charlotte, North 
Carolina, Enzineer) has awarded a contract to the Rockinghan Construction 0o., Inc., 
Harrisonburs, Virginia, for building 97 miles of line to serve 190 members, The 
successful bid was $76,946.90, 


WYOMING 21 CARBON: The Carbon Power and Light Company, Saratogo, Wyomine (Walter W. 
Flora, 1618 Russell, Cheyenne, Wyoming, Engineer) has awarded a contract to R: N. 
_Campsey, 2520. Layden St., Denver, Colorade, for building 45.3 miles of line to serve 
3 members, The successful bid was $36,800.38. | : 
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